ಚುಕ್ಕೆ ಗುರುತಿಲ್ಲದ ಪ್ರಶ್ನೆ ಸಂಖ್ಯೆ 
ಸದಸ್ಯರ ಹೆಸರು 


ಉತ್ತರಿಸಬೇಕಾದ ದಿನಾಂಕ 
ಉತ್ತರಿಸುವ ಸಚಿವರು 


4 | ಕರ್ನಾಟಕ ವಿಧಾನ ಪರಿಷತ್ತು 


184 (246) 

ಶ್ರೀ ಕೆ.ಸಿ ಕೊಂಡಯ್ಯ (ಸ್ಮಳೀಯ ಸಂಸ್ಥೆಗಳ 
ಕ್ಲೇತು 

14-09-2021 

ಮಾನ್ಯ ನಗರಾಭಿವೃದ್ಧಿ ಸಚಿವರು 


ಪ್ರ. ಪ್ರಶ್ನೆ ಉತ್ತರ 
ಸಂ - 
ಅ) | ಸ್ಮಾರ್ಟ್‌ ಸಿಟಿ ಯೋಜನೆಯಲ್ಲಿ ಕೇಂದ್ರ ಹಾಗೂ ರಾಜ್ಯ ಸರ್ಕಾರದಿಂದ ಪ್ರಾಯೋಜಿತವಾದ 
ಗುರುತಿಸಲಾದ ನಗರಗಳಾವುವು; | ಸ್ಮಾರ್ಟ್‌ ಸಿಟಿ ಅಭಿಯಾನದಡಿ ರಾಜ್ಯದ 7 ನಗರಗಳಾದ, ಬೆಳಗಾವಿ, 
ದಾವಣಗೆರೆ ಹುಬ್ಬಳ್ಳಿ-ಧಾರವಾಡ, ಮಂಗಳೂರು, ಶಿವಮೊಗ್ಗ, 
ತುಮಕೂರು ಮತ್ತು ಬೆಂಗಳೂರು ನಗರಗಳು ಆಯ್ಕೆಯಾಗಿರುತ್ತವೆ: 
3) | ಈ ನಗರಗಳಲ್ಲಿ ಪ್ರಸ್ತುತ ಯಾವ ಯಾವ! ರಾಜ್ಯದ 7 ನಗರಗಳಲ್ಲಿ ಸ್ಮಾರ್ಟ್‌ ಸಿಟಿ ಅನುದಾನದಡಿ ಹಾಗೂ 
| ಕಾಮಗಾರಿಗಳನ್ನು ಕೈಗೆತ್ತಿಕೊಂಡು | ಸಾರ್ವಜನಿಕ ಖಾಸಗಿ ಸಹಭಾಗಿತ್ವದಡಿ (ಪಿಪಿಪಿ) ಕೈಗೊಂಡಿರುವ 
ಪೂರ್ಣಗೊಳಿಸಲಾಗಿದೆ; ಯಾವ | ಕಾಮಗಾರಿಗಳ ಪ್ರಗತಿ ವಿವರಗಳನ್ನು ಅಮ ಬಂಧ:-1 ರಲ್ಲಿ ನೀಡಿದೆ. 
ಸಾಮುಗಾರಿಗಳು:ಪುಢತಿಯಲ್ಲಿವ: ಸ್ಮಾರ್ಟ್‌ ಸಿಟಿ ಅಭಿಯಾನದಡಿ ರಾಜ್ಯದ 7 ನಗರಗಳಲ್ಲಿ 
ಕೈಗೊಂಡಿರುವ ಕಾಮಗಾರಿಗಳ ಷೈಕಿ ಪೂರ್ಣಗೊಂಡಿರುವ ಹಾಗೂ 
ಪ್ರಗತಿಯಲವಿರುವ ಕಾಮಗಾರಿಗಳ ವಿವರಗಳನ್ನು ಅಮಬಂಧ-2 
ರಲ್ಲಿ ನೀಡಿದೆ. 
ಇ) | ಈವರೆಗೆ ಈ ಕಾಮಗಾರಿಗಳಿಗಾಗಿ | ಸ್ಮಾರ್ಟ್‌ ಸಿಟಿ ಅಭಿಯಾನದಡಿ ಇಲ್ಲಿಯವರೆಗೆ. ರೂ. 2843 
ಖರ್ಚು ಮಾಡಿರುವ ಹಣಬೆಷ್ಟು; ಕೋಟಿಗಳನ್ನು ವೆಚ್ಚ ಮಾಡಲಾಗಿರುತ್ತದೆ. ನಗರಬಾರು 
ಬಿಡುಗಡೆಯಾದ ಅನುದಾನ ಮತ್ತು ವೆಚ್ಚದ ವಿವರ ಕೆಳಕಂಡಂತಿದೆ; 
ನಗರ ಬಿಡುಗಡೆಯಾದ ವೆಚ್ಚ ಶೇಕಡಾ 
ಅನುದಾನ (ರೂ. ವೆಚ್ಛ 
(ರೊ. ಕೋಟಿಗಳಲ್ಲಿ) 
ಕೋಟಿಗಳಲ್ಲಿ | 
ಬೆಳಗಾವಿ 594 536 90% 
§ ದಾವಣಗೆರೆ 494 426 86% 
| ಹುಬ್ದಳ್ಲಿ-ದಾರವಾಡ 494 353 71% 
ಮಂಗಳೂರು 396 304 77% 
ಶಿವಮೊಗ್ಗ 494 369 75% 
ತುಮಕೂರು 591 495 84% 
ಬೆಂಗಳೂರು. 394 361 92% 
ಒಟ್ಟು 3457 2843 82% 
\ ME) } 
ಈ) | ಮುಂದುವರೆದು, ಸ್ಮಾರ್ಟ್‌ ಸಿಟಿ | ಸ್ಮಾರ್ಟ್‌ ಸಿಟಿ ಯೋಜನೆಯಡಿ ರಾಜ್ಯದ ಉಳಿದ 4 ಮಹಾನಗರ 
ಯೋಜನೆಯಡಿ ಹೊಸದಾಗಿ | ಪಾಲಿಕೆಗಳಾದ ಮೈಸೂರು, ಕಲಬುರ್ಗಿ, ವಿಜಯಪುರ ಮತ್ತು ಬಳ್ಳಾರಿ 
1 ನಗರಗಳನ್ನು ಸೇರಿಸುವ ಬಗ್ಗೆ | ನಗರಗಳನ್ನು ಪರಿಗಣಿಸಲು ಕೇಂದ್ರ ಸರ್ಕಾರಕ್ಕೆ ದಿನಾಂಕ 
ಕರ್ನಾಟಕದಿಂದ ಪ್ರಸ್ತಾವನೆ | 22/05/2020 ರಂದು ಪ್ರಸ್ತಾವನೆ ಸಲ್ಲಿಸಲಾಗಿದ್ದು, ಕೇಂದ್ರ 
ಸಲ್ಲಿಸಲಾಗಿದೆಯೇ; ಹೌದಾದಲ್ಲಿ, ಈ | ಸರ್ಕಾರದಿಂದ ಪ್ರತಿಕ್ರಿಯೆ ನಿರೀತ್ಲಿಸಲಾಗಿದೆ. 
ಬಗ್ಗೆ ಕೇಂದ್ರದ ನಿಲುವೇನು ? 


ಸಂಖ್ಯೆ:ನಅಇ 147 ಸಿಎಸ್‌ಎಸ್‌ 2021 


| ಬಸಚಿರಾಜ) 
ಸೆಗರಾಬಿವ್ಯದ್ದಿ ಸಚಿವರು 


ರ ಅನುಬಂಧ-1 


pe 


ಸಾರ್ಟ್‌ ಸಿಟಿ ಅಭಿಯಾನ 


ಚುಕ್ಕೆ ಗುರುತಿನ ಪ್ರಶ್ನೆ ಸಂಖ್ಯೆ 184 (246) 


(ಅ) ಸ್ಮಾರ್ಟ್‌ ಸಿಟಿ ಅನುದಾನದಡಿ ಕೈಗೊಂಡ ಕಾಮಗಾರಿಗಳ ಪ್ರಗತಿಯ ವಿವರ 
Tedd eS 


CT 


509.88 


(ಆ)_ಸಾರ್ವಜನಿಕ ಖಾಸಗಿ ಸಹಭಾಗಿತ್ವ (ಪಿಪಿಪಿ) ಯೋಜನೆಯಡಿ ಕೈಗೊಂಡ ಕಾಮಗಾರಿಗಳ ಪ್ರಗತಿಯ ವಿವರ 


ದಾ] Project ವಾ 


pT 


RATES 


EET ವದನ ಕ್‌ 


ನಾರ್‌ ತರಿ 


 Compietod Projects 
ea “Actual Oxite oy 
Wh Compiles 
ಸ್ಥ Re per conirse SKC R0let i]s 

[E Auditin; ಗಾಗ is under Smart Cll ಫಾ ‘cfllcic: 
1 ER a ನಾ ೪ ಗೋವು ಆಗಲ 023 023 15.11.2017 | 28012019 | 28012019 Work Completed 

Fed SHE Orfofing Water Koss Phase 
2 0.40 038 05012016 | 28022019 | 28022019 Work Completed 

Rain water harvesting A Composing Facility in Parks 
3 0.10 0.08 16072018 | 04012019 | 04032019 Work Complted 

[Thorne Based Park - NathPas Garden 
4 106 0೨92 28092018 } 04032019 | 04032019 Work Completed 

mar Bos shefiere with defeated Bue ay (Phase 1-3 Bus SReRercoT 
5 [cgos) ated bus bay ತ ರಂ 2.00 191 01.03.2018 26.31.2018 26.11.2018 Work Completed 

Fratton ofStray Cade _- —— 
6 | » 074 064 03032018 | 30092015 |} 30092019 Work Completed 

Hertiage Fark Those Twa fody F Cred Bam j 
7 437 395 101.2017 | 30072019 |} 30072019 Work Compleucd K 

ror Taerooms Phase Par 
8 2102209 30.07.2019 30.07.2019 Work Completed 

or Coss roors Phase Port 
9 21022019 | 30072019 | 30072019 Work Completed 

Frraums Cenire ParA EE 
10 02032019 | 30022019 | 30072019 Work Completed 

procurement of Digital ail Board 
n 094 072 28022019 | 07082019 | 07082019 Work Completed 

Sonttary vending machine and Incenirator 

16082019 | 15092019 | 15092019 Work Cornpleted 
Development of Srnart Class room Phase Il Part A (Civil) 
12072019 } 19092019- 09.2019 K Work Completed 


[Devciopmcat of Smaart Class room Phasc I Part BUICTY 


12072019 19.09.2049 19.09.2019 Work Complcted 
(Appointment of System Integrator for establishment of Common Ka 
15 [commands Cruel Cen 7680 45.99 01022018 |} 28082019. 15.10.2020 Work Complctcd 
16 335 299% 03.02.2018 ! 30102019 30.01.2020 Work Completed 
17 275 237 15.10.2018 | 30.10.2019 28022020 Work Complctcd 
7 
[ ಗಗ ಔತ $holurs (PAR) Phase 1 1.66 28022019 | 27112019 31.01.2020 Work Completed 
Roadside Drinking Water Kiosk Fhase 1 
19 053 30072019 ! 30042020 02.10.2020 Work Completed 
™ = [Theme based Park Dcvelopracnt : Saraf Colony ರಾ ವಾ ಗಾ ಬಾ ರಾ 
20 0೨97 18102019 16.07.2020 07.10.2020 Work Completed 
[eme based Park Devclopment : Hathpal Phaze 
m 18.10.2019 16.07.2020 07.10.2020 Work Completed 
22 [rt Bvs Sheiues Phase) 31122018 25.10.2019 02.10.2020 Work Completed 
PX] 
23 [procurement of Tratfc Sugnals under ITMS 28022019 Revised 30062020 Work Completed 
ili Pi Wall’ 30102013 
24 [Rtsbilitawon of Piss (Compound Wall) 04.11.2019 04.05.2020 04.11.2020 Work Completed 
[Procurement of Robotic lab & Electronic lab for Skil} Devctopment 
25 [cemer 150 09062020 08.09.2020 04.11.2020 Work Compleird 
26 [Theme based Park Dcvclopment : Patwardhan Layout 180 150 18.10.2019 18.07.2020 10.12.2020 Work Completed 
22 [Theme bascd Park xvetopment : Shanu Nagar 19.11.2019 § 19082020 10.12.2020 TE “ork Completed ಗ್‌ 
Construction of Roads with Paver Blocks at Sul Colony (RC Nagar Tin 
28 JBciagani City Package-14 045 045 07.012020 06.40.2020 2೩012024 Work Completed 
H 
Procoremer of CNC Miling & CNC Turning Machine for SK 
29 5.84 584 09-06-2020 | 31122020 22012024 Work Complctcd 
Procaremens of 3D Printing for ical & Masur oN 30 Printer & 
36 {handheld 2d Lager scanner fo fw SUID Devetagmon Cee 075 075 6-052010 | siz 2೭0೬202 Woh Cunpleted 
Praaremenr Af Brion commer. IED prolecior Amar Reard, 
31 |Visuatizer for Smart Board ci¢ for Skill Development Centre 3.24 249 17-06-2020 31.12.2020 22೭012021 Work Completed 
32 [ianbargilake reruvcnation 6 recreational spaces 5.00 447 15.10.2018 04.07.2019 10.022021 Work Completed 
‘Construction of Cycle Track and Pootpath from Ashoka Circte to Surabhil 
33 Noel Grn Package 1) 6೨0 613 28.02.2019 | 20.02.2020 31012021 Work Completed 
[Construction of Roads with Paver Blocks at Rani Channamma Nagar 
34 fond Stage part 1 in Belagavi City Package- 26 309 240 04-05-2020 | 03022021 22022021 Work Completed 
35 {smart Roads a1 Rarntecrth Nagar Arca (Package Wl) (4.4 Km} 2769 24.21 28022019 28022020 28022021 Work Completed 
Battery Operated Auto Rikshaws 0೨5 02082019 02.11.2019 28022021 Work Complcted 
[Construction of Roads with Paver Blocks a¢ Rani Channamma Nagor 06. 3 ೦3. Ny 
37 [ರ 456 325 22-06:2020 | 21-03-2021 21-03-2021 Work Complcted 
[smart Road with Paver Blocks at Tilokwadi, Vivckanand Colony and 
a a) 10.76 898 18.11.2019 17.11.2020 300032021 Work Completed 
[Construction of 10 Bed Hospital a: Vadagaon 225 204 30072019 30.04.2020 31032021 Work Completed 
Construction of Reads with Paver Btocks at Arjun Cotany (RC. Nagar}in 369 290 31.01.2020 30.09.2020 09082021 Work Completed 
[Bctagavi City Package-17 
EN iE 146:70 kr SRST CERES ಮ 


pe 
uc 


Name vf the Project ose: bie 


[CA 
ಸ 


i= 


iWOCost 


11. Ongoing Su 


ಸ 
“probatic doe 
uf Cuwpletlon |, 


KPT. Roact 
PQC- (705m) 700 m completed 

ISWD -(705rm) 695 m completed 

\ , Utility (705) 695 m completed . 
} Footpath (705m) 695 m completed 

I cycle track: (705m) 695 m completed pe 
H [Mandol Road: HN 
i 9112018. 15042021 por. (920m) AHS 855m + LHS 700 m completed 

ISWD (320 m) RHS completed + LHS 705 m completed 
luliy(920 mm) 350 rn cornpleted- 

[Footpath {920m)150 m compleved 

PHYSICAL PROGRESS: 80% 

FINANCIAL PROGRESS:73.6% 

[Appioved in 24th Board Mesting to ‘Rescind the Work" 


1 [Construction uf two Smart roads a: KPTCL road and Mandoli road 25.00 2238 10.11.2017 
(variation included) 


PWT: 4970/4970m completed 
ISWD : 4900/4950m complctod 
Median = 4970/4970m completed 
lUGD : 4740/4970m compictod 
26.09.2018 25.03.2020 31122021 |HDPE:4730/4970m completed 
Cycle Track:3500/3970r completed 
H B [Footpath:3500/4970m completed 
[PHYSICAL PROGRESS: 80% 
FINANCIAL PROGRESS:68% 


[smart Roads at Dharmanath Arca (Package 1) (2)4 Type (wrth 


pucting):2.475 Km H 47.00 


[50% of excavation works completed. 
103/103 fooungs completo. 
165% of retaining wall up to LCF Jevel completed. 
141/141Columns up to LGF slab beam bottom completed. 
90% of plinth area completed. 
3 [ciey Bus Terminal -CBT 33.50 3223 0910-2018 08.10.2020 30.12.2021 [50% of LGF slab concreting completed. 
[UCF slab concreting completed up w Ist expansion joint. 
- Subway concreting completed. Subway extension works under progress. 
PHYSICAL PROGRESS: 40% 
FINANCIAL PROGRESS: 39% 


WT: 6450 76490m compleicd 
i ISWD: 6740/6740m completed 

K Median * 2433/2433m completed 

[UD : 2830/2830 m completed 

Smart Roads at Srinagar Ave {Package Il} DOPE :3760/3760m completed 

4 . [@)AType (with Ducting):1.85Km 4730 43.59 24.11.2018 24.95.2020 31.12.2021 [Cycle Track:3760/3760m Complctcd 

(h)B Type (without Ducting}:1.57Km [Footpath:6500/6740m completed 

” [Pending -Ptantation Roadmarking and Signages 

PHYSICAL PROCRESS:90% . 

FINANCIAL PROCRESS:67%6 


White Topping (6536 kn) 5 $96 km complotcd 
[SWD (5.412 km} 4.39 km cormpleted 


‘Smart Roads at Shahpur Arca (Package IV) Footpath : (5.412 kin) :4.405 ki leted 
‘ootpath : in) :4.405 km comple 


(RTO to Hyamata Circle, Veg Market Road, Kapileshwar Colony, SPM 3739 3403 23-01:2019 


I 
i 0. 
5 [Road Mahatma Phule Road, Shulkrawar Peth Road) | 23.012020 30202021 [pHvsiCAL PROGRESS:80% 
[8 Typc (without Ducting) : 5.43 Km | FINANCIAL PROGRESS: 62% 
( 
i Congress Road: White topping complied on either side (2430m outcl F3Ons, 
| [swD works completed (4860 out of 4860 completed}, Cycle track completed 
j [(2430m out of 2430m) footpath works cumplcted (4470m out of 470m 
| completed), Ducting works completed {1930m out of 1930m) 
Mandoli Road. White top ping & drain works completed (560m out of 
Smart Roads at Tlakwadi Arca {Package V) | ; 560m). white topping & drain works completed (1100sn out of 100m), Footpath 
‘ongres § it gate, Mandoli road to Znd gals K [works completed (1100m out of 1100m). + 
$ KE WS ಗಟಟ 00ರ 1 ಕ 43.50 3796 23-01-2019 | 23.01.2020 30.12.2021 [ygnswadi Road: Whitc topping complewed (760m outof 760m). Dram works { 
A Type (with Ducting) : 5.65 Km , H [completed (760m out of Z60r both sides), Paved shoulder works completed (260} 
> [out of 760m both sides]. . 
! [Road markang completed. ! 
§ Elecerical works, sgnage works ponding. - 
PHYSICAL PROGRESS: 94% 
FINANCIAL PROGRESS: 78% 
SN ರ್‌ § [795 Nos. Fedder Pillar are installed oor 195 Nos. N ರ್‌ 
| Single Spun Pole Transformer errection on site is 17 Nos. cutof 17 Nos, 
> j UG LT cable layed is 130 kms out of 134.2 kms, 
_ N - j | ಮ [Stret Hight installed 309/490. 
7 |UG-LT Cabling Fackage | (Srinagar Nagar} 775 719 05-02-2019 | 25012020 30112021 [streor Light foundation- completed 
> ! IALYSICAL PROGRESS: 909% 
I FINANCIAL PROGREI3. DG 
| 200 Nos. Fodder Pillar are instalicd out of 200 No, 
Single Spun Pole Transformer orrection on site 1s 21 Nos. cucof 21 Nos, 
UG LT cable layed is 109 kms out of 115.2 kms, 
| ಮ [Sureot light installed 310/416. 
8 [UG-LT Cabling Package ll (Mahantosh Nagar) 222 670 05-022019 | 25.012020 30112021 [set Ligh: foundauion- comploted 
- f PHYSICAL PROCRESS: 89% K 
| FINANCIAL PROGRESS: 80% 
238 Nos. Fedder Pillar are instalicd out of 258 Nos. 
! Single Spun Pole Transformer arrection on site is 19 Nox. out of 19 Nos, 
| [UG LT cable layed is 147 kms outof 162.43 kms, 
R Hf [Strect light instslled 206/422. 
9 }UG-LT Cabling Package I} (Anjaney Nagar} 891 827 05-02-2019 25.01.2020 30.11.2021 [street Light foundation. completed 


H [PHYSICAL PROGRESS: 90% 
FINANCIAL PROGRESS: 76% 


[50% ofexciation works completed. 
90/98 footings completed. 

[270 of retalning wall up to ground floor level completed, 

[Cotamn shucéring, remforcemen, and concreing works in progress 
Et ramp completed. 

Plinth beams shuttering, reinforcement and concreting warks completed for Ist as 
2nd expansion joint. 

20.02.2021 31.12.2021 [punk beams shuttering, reinforcement and concroung works tn progress beyond 
2nd expanon jount. 

| [Base preparation for plinth area P.C.C in progress, Ground floor concreting 
[completed beyond 15t expansion yornt, Driveway slab concreting completed, Secon 
cor stab concreting up to 1st expansion joint completed, Second floor shuttering 
and reinforcement works in progress beyond 1st expansion joint. 

Podium stab concreting (partial) completed. 

ouveicaLaacaRte ano. 


TWT-8.6 km completed oucoT 8.km, 


11 [Development of Modern Market at Titakwad: (Kalomandir} 47.10 46.69 20-02-2019 


i - |Medi 2.0Km Completed out of 2.0Km 
White Topping of Roads Package-1 [NH (Near KLE Hospital) wr | SWD-5.0 km completed vut of 7.20km, 
12 [Kolhapur Circle, Kolhapur Cirle to Rani Chennamma Circle, Kothapur 38.80 31.29 17-08-2019 16.08.2020 31.12.2021 |UCD:0.1 km completed out of 0.30km completed 


Footpath :3.0/8.6Km completod 
[PHYSICAL PROGRESS: 85% 
FINANCIAL PROGRESS: 859% 


Wo 2820/3120 m complcel 

Carriage Way : 3120/3120m conpleted 

- Cycle track : 1120m/f1120m formation completed 
| Footpath 2520/3120 formation completed 

13.55 1 1122 I 12072019 11.07.2020 31.12.2021 UCET :Huuse Connection pending 

[avenue plantoation: Plantation pending 

[Physical Progress. 82% - 

Flanancial progress: 76% 


circle to Sangotli Rayanna Circlc-] 


[White Topping of Roads Package-5 [ Road fram APMC-Junction to 
Kaugrali KH] 


13 


] SWD 7250 m/7250 m completed 
K f \cyele track: 3100n/7460m complete 


? IFoorpath :7 100m/993Gm completed 
+“ |cunstrscton Foot path and Cycle Track (NMV} Package-2 [Bauxite [avenue planteauon: Formation work starred K 
“14 [Road to Canosh Temple vis Hanuman Nagar Circle and KLE School 34.85 27.00 12.07.2019 11.07.2020 30.09.2021 [Bus Sheiter: 04/04 frame work completed 
road] ಈ 'Strel lghi : footing work completed 
Jpnsci 


\ 
| Fianancial progress: 44% 


yale Fraclel-Ikra/1-1km completed 
[Construction Foot path and Cycle Track (NMY)} Packago-3 [APMC ad peda ; 

(ral -j i 07.2019 1 29.07.2020 31.10.2021 yop ¥ 
15 [junction to AzamNagar ¥-junction and Azam Nagar circle w Iamark 781 607 30. ' [Feeceanz m/e me 


[Showroom] FINANCIAL PROGRESS:61% 


! 1. OAT 90% Completed, Balance painting work 

2. Therapy ball BO% completed, Balance installation of tiles, painting 10% 
{ balance to be completed 

3. Pathway 100% completed. 

4. Structural steel work for entrance gate in progress. 

iS.Eiocwic Works - Foundation for Poles completed, Erecnon of pole 
H | 6Arrigation work Completed. 

7.Horticulture work in Progress. 

| PHYSICAL PROGRESS: 90% 


Developmen: of Mahstma Putz 2.85 270 12972919 | 11042020 | 3110207 


in Progr: 


| [PQC-0.82Km (BHS) outof 0.82 kn (BHS) 
Median: 3.80Km (BHS) Completed out of 3.BBKm (BIS) 
(SWD-2.00 km {BHS) completed out of 2.80km [BHS). 
lUGD: 0.75 km (BHS) compictcd out of 0.8Zkm (8H) 
Footpath: 2:20 km (BHS) completed out of 3.40 km (8HS) 
[avenus Plantation: 0.01 km (median} completed out of 3.00 km (meriian) 
‘Sweet Palaung: 3.10 kin (BHS) completed out of 

um (BHS) completed out of 470 kn (BHS} 

|0% Completed Dut of 100% 
PHYSICAL PROGRESS: 85% 
FINANCIAL PROGRESS: 82% 


[White Topping of Roads Package-2 [1. Ashoka Circle -Sangolle Rayanna 1 
17 [circle-Kittur Channamma Circlc-Bogarves Circle-Gogte Circle) (2. SP 44.62 3840 18.09.2019 17.09.2020 31.10.2021 
office w0 Dharmanath Cirete] 


160 Nos. Fedder Pillar are installed out of 165 Nos., 
Single Spun Pole Transformer erection ou site is 26 Nos. outof 26 Nos, 

[UG LT cable layed is 85 kms out of BBZ4 kms. ್ಸ 
[Sureet Light foundation and ercction - Out of 235 Nos, only 120 Nos of polo 
i Z foundation arc been completed. Potes are yet to be erected 

| 25082020 gE PHYSICAL PROGRESS: 900% 

i [FINANCIAL PROGRESS: 81% 


UG LT (Package-4] Channamma Nagar & Tilakawadi Arca 686 728 27.08.2019 


125 Nos. Fedder Pillar arc installed out of 173 Ns 
[Single Spun Pole Transformer crrection on site is 26 Nos. out of 26 Nos, 

ಸ್ನ j jUC LT cable layed is 53 kms out of 90.25 kms, ಬ 

| tres: Light foundation and erection - Out of 283 Nos, only 150 Nos of pole 
[YG LT [Package-S] 653 693 27.08.2019 26.08.2020 31122021 |foundauon arc been completed. Poles are yet to be erected, 

[Shanti Nagar & Shivajt Colony Arca fe [PHYSICAL PROGRESS: 90% 

FINANCIAL PROGRESS:80% 


್ಥ | H [187 Nos. Fedder Pillar arc installed out of 212 Nos. 
[ingle Spun Polc Transformer erection on site is 24 Nos. out of 26 Nos, 
Juc LT cable layed is 68 kms out of 96.4 kms, 
UG LT (Packags-6] f j | l | ‘Stree light installed are null outof 26 Nos of Zmtr and 264 Nos of Smtr street 
aratha Coley: & Nanawwadi 725 - 769 27.08.2019 26.08.2020 31.12.2021 light pole. MME 
PHYSICAL P1 RESS90% 
FINANCIAL PROGRESS: 8696 


(50 Nos. Fedde: Pillor are installed out of 160 Nos., 

iSngle Spun Pole Transformer errection on site 15 20 Nos. out of 25 Nos, 

[UG LT cable layed is 55 kms out of 77.69 kms, 

[Street light installed are nilt out ot 28 Nos of 7mtx and 244 Nos ot 9ratr tract 
light pole. 

[PHYSICAL PROCRESS.90% 

FINANCIAL PROGRESS:629% 


[UG LT WPackagc-7] 


ಸ 3rd Railway Gate to 1st Railway pate Arca 28 293 2798.೫13 


26.08.2020 31.12.2021 


6 Nos Fader Pilar are installed out of 205 Nos, 

single Spun Pols Transformer orrection on site 15 19 Nos, outof 24 Nos, 

UG LT cabs layed is 86 kms out of 98.51 kms, 

treet light installed are uill out of 96 Nos of 7mer and 216 Nos of 9rutr steut 
light pole. 

PHYSICAL PROGRESS:90% 

FINANCIAL PROGRESS:87%, 


22 [UGLT [Package-8] Shukrawar Pet Road & Mahatma Phute Roud Area 729 773 27.08.2019 26.08.2020 31.12.2021 


§ 194 Nos. Felder Pillar are Installed outof 208 Nos. 
Singte Spun Pole Transformer erection on site 15 10 Nos. outof 18 Nos, 
UG LT cable layed is 115 kms out of 139.78 kms, 


; Street light installed arc nll out of 51 Nos of mtr and 236 Nos ol Smtr stret 
UG 17 package-9} Dr. SPM Road & Lal Bahaddur Shastri Nagar Arca 761 808 27082919 26.98.2020 31.1220 [ge pole. - K pe % 
PIIYSICAL PROGRESS: 90% 


FINANCIAL PROGRESS: 90% 


“170 Nos. Fedder Pillar are installed outof 193 Nos. 

Single Spun Pole Transformer errection on site is 05 Nos. out of 15 Nos, 

1 UG LT cible layed 15 98 kms outof 124.61 kms, 

[Streot light installed are nill outof 118 Nos of ?mr and 116 Nos of 9nutr street 
light pole. 

PHYSICAL PROGRESS: 90% 

FINANCIAL PROGRESS. 87% 


UG - LT Cabling with Decorative Poles (PAR) Package 10 : Bank of India 


> Fp 2 
to Basvashwar Curclc (Khashag} 72 741 2705೫13 


26.08.2020 31.12.2021 


168 Nos. Fedder Pillar arc installed out of 168 Nos. 

[Single Spun Pole Transformer errection on site is 05 Nos. outof 20 Nos, 

[UG LT.cablc layed is 85 kms out of 87.03 kms, 

[Surcet Tight instatled are aill out of 16 Nos of 7mntr and 133 Nos of 9mtr street 
light pote. 

PHYSICAL, PROGRESS:90% 

FINANCIAI PROGRESS:88% 


i 
n 
lf 
| 
| 
] 
I 


[UG - LT Cabling with Decorative Poles (PAN) Package 11: Basveshwar 


Circle (Khasbag) to Patson Ford Hossur 64, 674 27082013 


26.08.2020 31122021 


Cariage way : 3165/5 T68mtr completed 


ISWD : 6234/6234 mts completed 
[Smart Road with Pavor Blocks at Shanti Nagar (Package: 8} 10.04 850 95-10-2019 05.09.2020 31.10.2021 [pHySICAL PROGRESS: 99% 


- N [FINANCIAL PROGRESS: 88% 


7 Concretng for cycle wack completed 1500m/i500m 
4 Footpath: 1500/1500m Completed 
lLanc Marking Completed 
£00 4.49 30.09.2019 29.09,2020 31 122021 {SWD: Completed - 
to of Chombcrs - 85/85 
j PHYSICAL PROGRESS: 90% 

FINANCIAL PROGRESS:719% 


Construction of Cycle track and Footpath NMY Package WW: Railway 4th. 
[Gate 10 Bomko tactory : 1km 


೫ 


28 


Heritage Park - Phase ll 


3.18 


186 


04412019 


03.11.2020 


03.12.2021 


1-Preparation of Sculptures - Preparson of Sculptures is in Progress. 
2.Buitding Renovation- Site clearing complete, Building interior ¢lcaning in 
progress. » 

3.Swuctura) Reapir works commenced for ground floor ,roofsiab 

[Court stay 

[PHYSICAL PROGRESS: 40% 
FINANCIAL PROGRESS: 10% 


29 


[Smart Road with White Topping at Anagol road (Big Bazar To Metical 
[Shop (Package 9): 1.146km 


1215 


1035 


19.10.2019 


18.10.2020 


31.10.2021 


Whit Topping: 1.146/1.148km Cornpleted 

ISwD : Completed 

UGD : Completed § 
Footpath-2100/2292 m Completed 

PHYSICAL PROCRESS: 85% 

FINANCIAL PROCRESS: 25.31% 


38 


[Smart Road with Whitc Topping at Vadgaon Road to Mahaveer 
BhawanfPackage 11): 1.290km 


12.93 


11.02 


19.10.2019 


18.10.2020 


31.10.2021 


Carriage way 2 White topping Completed 
[Swo Complccted 

Uc: complcted 

[WATER SUPPLY: completed 

Footpath - 2000/2490m completed | 


[PHYSICAL PROCRESS: 90% 
FINANCIAL PROGRESS: 529% 


UGLT - Laying of cable has bcen complcted (Fixing of fceder piller is in progre: 


31 


White Topping of Roads Package-3 (1. BOF Circle - Nath Pai Circle 
Vadagaon Circle-Navahind Society-RPD Cross-Tilakawadi First Railway 
ote] (2-Nath Pai Kasturbai Balikashram-Goaves Circle] 


33.13 


2812 


21112019 


21112020 


30.11.2021 


(Caniage way 4850 m/4690m completed 
ISWD : 3100 M/3340 M completed 

Median construction: 1420 M/1420 M completed 
Footpath: 2300 m /2900 m complctcd 

[PHYSICAL PROGRESS: 75% 

[FINANCIAL PROGRESS: 44% 


32 


[white Topping of Roads Package-4 | Bank of India to Old PB Road] 


6.87 


5.88 


11.11.2019 


14.11.2020 


31.01.2022 


[White Topping 

(LHS-560/560 m CompletedY{Manual PQC in progress] 
(RHS-410 /56Om Completed)(Manual PQC in progress) 
ISWD (560 m): Completed 

Uuility Ducts Completed 

Laying of 600mm dia NP3 pipes Completed 

[PHYSICAL PROGRESS: 65% 

FINANCIAL PROGRESS: 31% 


33 


[Smart Road with Paver Blocks at Shastri Nagar, Kapileshwar Colony 
land Mahadva Road No 5 (Package 6}:9.5 km 


9.44 


816 


19.11.2019 


19.11.2020 


30.10.2021 


Carriage way (Pave: Block 50919 sq-mi)z 37835 s0-mt completed 
[PHYSICAL PROGRESS: 80% 
FINANCIAL PROGRESS: 64% 


34 


[smart Road with White Topping a Hotel Miland to Gandhi Statue 
Harsha Showroom{Package 10}: 173km 


1738 


15.05 


31-01-2020 


30-01-2021 


30.10.2021 


SWD:3080/3080m completed 

PWT . 3140n/3140mt completed 

cycle track. formanon work compicted for 1000nf1500m 
Fooupachh: formation work completed for 1500n1/1500m 
[UGLF: Not yet started 

[PHYSICAL PROGRESS. 60% 

FINANCIAL PROGRESS. 35% 


Construction of Roads with Paver Blocks at Raghavendra Colony (RC. 
Nagar) in Hclagavi City Packagc-15 


424 


351 


23.01.2020 


22.10.2020 


30.09.2021 


FWD: 27107271Om work compistod 
Pavors 9913/9913 s9-m completed 
[PHYSICAL PROGRESS: 9996 
FINANCIAL PROGRESS: 60% 


36 


(Construction of Roads with Paver Blocks at Shastri Nagar -Halanco 
Roads {North side of Mahatma Phule Road till Naltayin Betagavi City 
Package-18 


489 


3.99 


23.01.2020 


27-09-2020 


30.09.2021 


Drain work 2530/2954 completed 
Carriage way 8536/909354- m completed 
[PHYSICAL PROGRESS: 98% 

FINANCIAL PROCRESS’ 6896 


37 


Construction of Roads with Paver Blocks at Shastri Nagar-Balance Road 
(Behind Nartaki Theatre & Godse colony area) in Belagavi City Package 
19, | 


4.82 


394 


23.01.2020 


27-09-2020. 


30.09.2021 


Drain work in progress 1800/2866 completed 
Favor iid 8862/1000954-m completed 
PHYSICAL PROCRESS: 98% 

[FINANCIAL PROGRESS: 55% 


38 


[Up-gradation of Govt Library into Hi-tech Digital Library Phase-l 


137 


107 


20.01.2020 


20-01-2021 


30.09.2021 


Sub Structure Work is compicid. 
Superstructure Work tsCompleted 

Finishing work is in progress ; 

"Ground floor Brickwork Complcted. 

lab concicung for lst floor, znd and Head Roo completed. 
First Floor Brick completed. 

Elevation work is Complotcd 

PHYSICA, PROCRESS: 95% 

FINANCIAL PROCRESS 84% 


39 


40 


42 


[Construction of Roads with Paver Blocks at Rani Chaanamma Nagar 1 
[Stage in Belagavi City Package-16, 


190 


09-03-2020 


08.12.2020 


30.09.2021 


1462/ [462m SWI work is Completcd 
Paver 770/770 m completed 
[PHYSICAL PROGRESS: 99% 
[EINANCIAL, PROGRESS: 97% 


Construction of Roads with Paver Blocks an SV Road- Chidanbar Nagar 
in Blagavs City Package-20 


391 


317 


03-03-2020 


02-12-2020 


31122021 


Wo 1120/1 260mts completcd 
[UGI.T 1120/1260m completed 
Pavers S60m/630 m comploted 
PHYSICAL PROCRESS. 89% 
FINANCIAL PROGRESS. 72% 


297 


231 


02.06.2020 


01.03.2021 


31.12.2021 


[Construction of Roads with Paver Blocks in Ckidambar Nagar Part-lllin 
Bclegavi City Package-24 


3.61 


17-03-2020 


16-12-2020 


31.12.2021 


ISWD 2064/2064m completed 
UGLT 2064/2064 m completed 
Pavers 500m/984 m completed 
PHYSICAL PROGRESS: 809% 
FINANCIAL PROGRESS:76% 


CGarriageway:850 1015 completed 
[SWD 1778/1778 mts completed 
UGLT 1284/1284m completed 
[PHYSICAL PROGRESS:80% 
FINANCIAL PROTRESS: 75% 


43 


44 


[Construction of Roads wath Pavor Blocks in Mrityunjaya Nagar in 
lolsgavi Csty Package-21 


391 


3.05 


18-05-2020 


17.02.2021 


31.12.2021 


iswi 22387232 4mts completed 
[Pavers 750m {1162 m completed 
[PHYSICAL PROCRESS. 80% 
FINANCIAL PROGRESS: 61% 


Construction of Roads with Paver Blocks in Chidambar Nagar Part-l in 
clagavi City Package-22 


483 


391 


24-06-2020 


23-03-2021 


INMT Zone & Hawkers zone-Mahils Markot 


150 


119 


22-06-2020 


| 
j 
I 
— 
y 


21-03-2021 


30.09.2021 


136 


17-07-2020 


47-03-2022 


17-04-2022 


Crriageway 1173/17 i completed 
SWD 2346/2346mts comploted 
UGLT 2250/2345m completed 
PHYSICAL PROGRESS: 80% 
FINANCIAL PROGRESS: 57% 


ReGining wall works completed 
Pathway works completed. 
[ACP & gill works in progress 
PHYSICAL PROGRESS: 95% 
FINANCEAL PROGRESS: 679% 


13 months for the completion of Suilding and & months after the Puilding is 
leompletd for ICT work 

PHYSICA, PROGRESS: 10% 

FINANCIAL PROGR! NIL 


47 


[Semart Road with hits Topping at Ashoka Grtcle to NH in Bolagnvs City 
Package -12 


931 


745 


03-08-2020 


nla 


03-08-2021 


[55077507 (GNIS) whit topping completed 
|600/750m(8HS) Drain work cormpletcd 
600/750 (LHSIUCD work Completed 
PHYSICAL PROGRESS: 75% 

FINANCIAL PROGRESS:67% 


48 . [HMT Zoic & Hawkers tone-(PAN) 


850 545 


07.10.2020 08-07-202) 


Drain works in prugress. 
Kiosks/Shops substrucaire works complcted. 

Kiosks/Shops column up to roof slab botzom works camplcted. 
[Base preparation for laying white topping complctcd, 
[PHYSICAL PROGRESS: 45% 

FINANCIAL PROGRESS: 16% 


31.12.2021 


49 [Devclopincnt of Art Galicry 


$0 [Devetopmen: of Ae 


೬೦೦ 536 


19.01.2021 18.06,2022 


[Work order ssuedon 15.01.2021 
[Excavation is under progress 
[PHYSICAL PROGRESS: 05% 
FINANCIAL PROCRESS: 12% 
[Coun Stuy 


18062022 


೩00 7. 


[3 


I 
19012021 1 


12.062022 


Construction of villages depicting the rurat culture of Indla 


12.00 10.89 


22.01.2021 26.01.2023 


[Development of Anganowads at Bclagavl Part.8 


Development of Parks a Mahataleshwar Park Chikku Bug Park. 
[Mahataxin Temple Park, Police Colony Park & Sarazhi Nagar Parkin 
Betagavi City 


53 


CCTV based Clty Surveillance, Traffic Yiotadon Montoring & Parking 
Enforcement in Udyambag, Titakwadi and Shahapur Police statton 
limits of Belagavi Clty 


54 


೭20 072 


329 269 


280.2021 


024 


28.01.2021 27.01.2022 


[Work order iswedon 19.01.2021 
[Base preparation is under progress 
[PHYSICAL PROGRESS: 01%¢ 
FINANCIAL PROCRESS: 11% 

Court stay 


18062022 


[Work order ssucdon 27.01.2021 
preliminary Survey Completed 
PHYSICAL PROGRESS: 01% 
FINANCIAL PROGRESS: 11% 
[Court Stay 


[Work order esucdon 2601.2021 
Procurcmem of play equipments is under progress-SONo's of Anagnawadi's 
[PHYSICAL PROCRESS: 50% 

FINANCIAL PROGRESS: 01% 


26.01.2023 


27.09.2021 


Work order issued on 28.01.2021 
Clconing and teveting 

[PHYSICAL PROGRESS: 03% 
[FINANCIAL PROGRESS: 01% 


27.01.2022 


463 3.83 


30.07.2021 30.04.2022 


\ 


[Work order issued on 30.07.2021 
[PHYSICAL PROGRESS: 0096 


30042022 [ANCIAL PROCRESS:00% 


Providing basle facility and upgrading infrastructure to the newly 
developed smart schools in Betagavi Chy® K 


55 


56 Parking for Privatc buses** 


386, 291 


೭26 185 


07.10.2020 


02.10.2021 


07.10.2020 06-07-2021 


External painting eo 16 schoo. Culourai Stage a Konabaragi foundation 
lcomplctcd, construction of cw toilets a¢ 3 schools complctcd. 
PHYSICAL PROGRESS: 50% 


31122021 
[FINANCIAL PROGRESS: 1796 


Dismantling of existing structures complcted. 

[36 nos. of footing concreting for kiosks completed. 
[88M works for kiosks completed. 

Peripheral drain works completed. 

irenvsile roof structure footing completed. 

‘Tensite roof structure column pedestals completed. 
fTensile roof strueture iraming work complcted. 
Kiosk plastering works completed. 

Kiosk roofing works completed. 

Passenger waiting area flooring works in progress. 
(PAYSICAL PROGRESS: 85% 

FINANCIAL PROGRESS: 67% 


31.10.2021 


57 Developmen: of Anganawadi a: Betagavi Part-A* 


೩25 184 


07.10.2020 


08-07-2021 


Electrical Works under Progress 
Civil Work Flooring Painting 

land Kitchen Platform under progress 
[PHYSICAL PROGRESS: 409% 
FINANCIAL PROCRESS: 04% 


31.12.2021 


58 [improvement of BIMS Hospitat* 


100 100 


21.12.2020 30.04.2021 


[Work order issued on 21122020 
[Demolition of toilets completed 

Repair works in progress 

Plumbing electric work completed 
Flooring and plating work in progress 
PHYSICA. PROGRESS: 50% 
FINANCIAL PROGRESS: Ni 


30.11.2021 


59 {Stum Development at Rukmint Nagar*® 


60 [smart Linssroom Phase ¥"* 


6.55 


28.01.2021 


Work order suedon 2801.2021 

1 800m f1800r Drain Completed 
‘Samudaya bhavan and Anganawadi construction completed and internal work 
arc in progress 

Leveling of Part and Market Place is completed and confinement workis 
[completed 

PHYSICAL PROCRESS: 55% 

FINANCIAL PROGRESS: 42% 


27.01.2022 


18052021 | 


[Work order issued on 16.03.2021 


Survey Comptctcd 
(Civit and Eteciric work 01 213/441 Classrooms Complcted 
[PHYSICAL PROCRESS: 10% 

FINANCIAL PROGRESS: 01% 


16.09.2021 


ನ H ಟೋ 
Ky Nari artE Proleed ©F Ki 
ce MET VE: ಸಮನ 


Procurement ot mechanical sweeper machinc 


ಕ 


lees: 


333 


Tender Dato | 


19.09.2020 


20072021 | 2408207 


219 1.82 


20.07.2021 24.08.2021 


SN I 


5 |To be cesendered by corporation. 


INIT ised on 20-07-2021 

Last Date for subrnission:24-08-2021 
[Technical 8d Opening: 25-08-2021 
Financial id open:06-09-2021 

[07 Bids Received. 

[Techniesl evalualon is under process 


NIT issued on 20-07-2021 
Last Date for subreisslon:23-08-2021 
[rechnicel Bid Opening: 25-08-2021 
Financia} Bid open:06-09-2021 

10 0ids Reccived. 

[rechnical evaluation is under proccss 


4  |Improvement of Laxcs:Kottekcre Phase Ill 


187 


20.07.2021 24.08.2021 


INIT issued on 20-07-2021 
Last Date for submission:24-08-2021 
Technical Bid Opening: 25-08-2021 
Financial Bid open:06-09-2021 

[06 Bids Reccived, 

Technical evaluation is under process 


y . 


* ¥ Name ofthe Project . 


~ ಮಿ me 


DPR apbroval 


“dato $” 


Tentotlve Date 
of Tendering 


1 
2 {improvement of Lakcs:Kouckere Phase | 
3 [Improvemcm of takes:Koutekere Phase Hl 


[gre 


RN 


A © PUBLIC-PRIVATE PARTNERSHIP (PPP) Projcct 2 6 F 


1. Completed Projects 


% ” pT K K 


ER. 


Ki Scns Datoof Ky ಹ 
SUN Name ofthe Project ¥48 WO Cost Completion as | ACM SAteol | scarstas :., 
» ಗಂಗು ಕಗ He per convaét | Comicon | 


Adil 
FERRITE EE 


Il, Ongoing Stage 


ಜ್‌ ಮಾ Datcol - RK ” 
‘ RR few: ೩ ato] 
SLNo \ 1° 4.0 NomooftheProjed 22 ಸ Completion as Maas 90 preset Sutis 5) 
ನ I | per ana’ |S SMP [og 
Work Order issued on 15.03.2021 
1 [Energy tificiency-LED Strcct Lighting 6391 589 15032021 | 15012022 15.01.2022 [cis Mapplog ls in progress 
l 
ILOA issued on 12-08-2021 
2 Public Bike Sharing Services 00 9.00 - Hl - _ iDue tw code of conduct In belagavi city 
Work order is not issued 
N ~ Sub Toul-8 T - 4 


Wl. Tendering S1 


——— 


SNo) _ er Nameof 


Tender Pats § “Sp raslon 


eas wi Na ಲ 'ಟ೨೫2 - ೫ ಠ py N 
[ender cum E-auetion 
INIT issued on 25-06-2021 


Last Date for subintssion:29-07-2021 
1 |Muld Uchiity Facllicy Centres at Dharmnath Clrelc 1484 9825 25-06-2021 29-07-2021 [Technical Bid Opening: 31-07-2021 


[04 Bids Received 
H [Due to coe of conduct in belagavi city, 
§ \ [Tender eveluation is not completed 


[ender ¢um E-auction 
INIT issucd on 25-06-2021 

Last Date tor submisslon:29-07-2021 
2 [Mut Uiility Facility Centres at Mabantesh Nagar 29.00 163 25-06-2021 29-07-2021 {Technica Bid Opening: 31-07-2021 

[01 Bids Rectvcd 

Duc to code of conduct in belagavi city, 
fender eveluatlon fs not completed 


Tender cum E-auction 
INIT issued on 25-06-2021 

> Last Date for submission:29-07-2021 
3 {Multi Level Car Parking at First Rly gatc opposite Kulamondir ೩00 15.51 25-06-2021 29-07-2021 [Technical Bid Openlng: 31-07-2021 
|02 8ids Received 


| Duc to code of conduct in betagavi city, 
| [Vender eveluation is not complcted 
| HM Tender cum Eauction 
[3 INET issued on 07-08-2021 
5 Mutu Level Car Parking at at Bapat Galli 7.00 7.00 07-08-2021 | 06-09-2021 Last Date for subrri 
KR Es Sub Tot :C- - 137.06 RN kx 8 
W. DPR/FR Stage 
— ನಾಮಾ ವ all TCE NET F 
SLNo - Name ofthe Project: An Aen Fy scr tost | “Dprcoss |PPRApproval) FRApproval | Us present Status ”, WR K 
Profect: An * . _ NR ಹ 


Nil 


SubToul- DT 
Total PRP (A$B+C3D) ve 


EXETER 


ಗಾ 
TTT 


SE 


ನಾ 
E33 


ಡಸ: 


PERCE TSS ETE TSE ವಾ ರಷ್ಯಾ 
Sino” Ere rice a; edd TWD Cs 7 IF WoDaeT |" “ toinpletion: ಸ್ತ; AiakDs OA present Sans ಗ 
A SE TE RAM EECA: Top TE! Cmpietion 40 ANNE ANE 
Pitot Project 1-B : Civil works for Retrofitting with Gasifier and Heat ೦6. 
[Recovery unlt on Pitot basis at Mandakki Bhatti, Davanagere 0.03 21.05.2018 19.06.2018 19-06-2019 Work Completed 
Por prolect 1A- Providing insuiiadon and commissioning 5 
2 [numbers of Gasifier unt for puffed rice manufacturing at Mandakki | 0.19 28.12.2017 27.01.2018 30-05-2016 Work Completed 
Bhar, Davanagere. p 
Construction of two new public toile and renovation of two wy 
nsructen 046 045 04.11.2017 03.05.2018 30-09-2018 Work Completed 
Pilotprolect «2. Providing Installation and Commissioning of 
Gasifier model based puffed rice manufacturing unit with all the 10. 
crea machetes and cqulpmentsat Mantiakkd Balik 016 016 26.03.2018 24.06.2018 01-10-2018 Work Completed 
Davanagere 
Pilot project 3A - Construcdon of Putfed Rice Manufacturing Unit 
5 [working shed) at Mandakk Bhaztl, Davanagere for Pilot Project 021 23.08.2018 23.02.2019 23-02-2019 Work Completed 
Civil Works 
Providing compound wall and gate to the new public toilet at 03. 
6 [or Poa 015 27.12.2018 27.03.2019 27-03-2019 Work Completed 
7 [Providing Gym equlpment In Manadakkl Bhatti Layout Park 0.08 0.08 06.12.2018 05.02.2019 05-02-2019 Work Completed 
§— [Relocation of Oid Bus sand 250 EXT 05012015 05003019 0506-3015 Work Completed 
Provision for satellite commond conwol center atSP office 025 021 16.01.2019 16.09.2019 16-08-2019 Work Comoleted 
Supply and Installation of sanliary napkin vending machlne and 025 016 01.03.2019 30.04.2019 01-05-2019 Work Completed 
Sanitary Napkin Incinerator 
1 Conseuerion of Public E-toflets in Parks at 9 Locations in 1.54 139 29.06.2018 26.12.2018 01-01-2020 Work Completed 
Pliot 38 Providing & mscllaion of Gasifier, Machinaries and 
12 JEquipments in newly constructed Working Shed at Mandakki Bhatd | 0.19 0.19 23.08.2018 23.02.2019 15-06-2019 WorkCompleted 
- _ [Davanagore. SS _ 
13 [Gym 8 Play cquipmentin Davanagcrc City phase 1 275 134 22022019 21082015 | 21002019 Work Completed 
14 [Improvement to Urdu School in Maganaha'li Road [050 055 | 21.12.2016 19.06.2019 24-08-2019 Work Completed 
Remodelling of storm water dralns in ABD area - Kondaij 0. 
a5 |emodeting of storm watered: 17.12 1498 11.06.2010 00.03.2019 05-10-2020 Work Completed 
Supply, Installation. commissloning operation & maintenance of 
| 16 [pia Deney Beane 3.00 242 08.03.2019 22.05.2019 14-01-2020 Work Completed 
[17 Jaiforestation along Smart Roads 100 032 18072019 14.01.2020 14-01-2020 Work Completed 
18 [Smart school project (Phase-2) 200 | 168 23-08-2026 2208.2020 19-08-2020 Work Completed 
19 [Improvement of Drains & Foot pach in NR Road 06.10.2016 04042019 Work Completed 
20 [Remodelling of storm water drains in ABD area -SPS Nagar drain 04.06.2018 02.12.2018 Work Completed 
ra Esublishment uf Smart Schoolin Davanagere Phase 1 | 301 21122019 15072020 30-05-2020 Work Completed 
22 [improvement of Drains & Foot path in KR to HC Road | 199 25.12.2018 15082019 27-10-2020 Work Comptoted 
23 Improvement cf Mandipet Road in Davanagere City | 746 301.2018 02072018 16-12-2021 Work Completed 
24 {improvement of MG Road 594 93.06.2018 02122018 16-12-2021 Work Completed 
Remodelling of storm water drains in ABD area > Bashanagar main y 
25 [7 608 530 489 14.06.2018 11.12.2018 03-02-2021 Work Completed 
26 [Heritage Block Durgambika Temple 350 3353 31053015 50052070 03d Work Comploted 
27 {Improvements to Maternity Hospltal in Busha nagar in ABD Area 150 135 31.05.2019 30.05.2020 03-02-2021 Work Completed 
insiafiation of Gym & Play cquipmenc in parks > phase Ih 456 323 02055090 0205-2021 03-02-2021 Work Completed 
29 [Min water tender with mist Technology Vehicte and other necessary] 0) “100 31.08.2020 30.01.2021 1302-202 Wark Compieted 
equipments for Fire and Emergency Services Department. 
Remodelling of storm water drains In ABD area - KR. Road &Razaul ೦2 
30 [yusuf Nagar 2nd Main road drain - Draln Nos: D9.010.0118 D12 632 5.60 04.06.2018 02.42.2018 28-02-2021 Work Completed 
Providing Row water Transmission Bypass line by apping he 
31 Jexlsuing pipeline nearby Kundawado lake directly to Kundawada 142 142 15.05.2021 17.06.2021 17.06.2021 Work Completed 
wre. 
32— instalation of Signages & Rad Safety measures Phase E06 se  $202.2019 23.05.2019 2.2021 Work Completed 
Conswuction of Skew bridge across outer ring road and other 
33 [consuuction of Skew oridge ers 5.00 377 19.12.2019 14.09.2020 27.07.2021 Work Completed 
Remodelling of storm water dralns in ABD area - In front of Fish 
34 [market to Maganahalti Halla drains - Drain Nos 013,014 &015 1066 988 14.06.2018 11.12.2018 27.07.2021 Work Completed 
55 [improvement of Chowkipet Road in Davanagere City 1500 1477 00S 02572016 707 T02N Werk Completed 
36— [improvement of KR Market Road 3.65 3.66 21.12.2018 19.06.2019 27.07.2021 Work Completed. 
37 — [Establishment of Smart College's In Davanapere city 492 393 08-03-2021 04-05-2021 24-08-2021 Work Completed 
38 [Establishment of Smart Schools in Davanagere city Phasc-lll 464 37 08-03-2021 07-05-2021 25-08-2021 Work Completed 
Redevelopment of Tennis Court stated in High School Ground 
39 [Mainuined by District Tennis Club Association and Lund leased ou 150 125 01-07-2020 31.03.2021 25-08-2021 Work Completed 
from Eduction Department. 
45— improvement of 9 Junctions in Davaragere City Phase 1 FXEETYC FERTETIC] FATT Work Completed 
[—31—Tconstruction or Elcewic Crematorium 12.06.2019 13.03.2020 26-08-2021 Work Completed 
42 [Command and Conirol Centre (Construciion of Building 18.01.2015 15.10.2015 2608-3021 Work Completed 
43 [improvemens of baste infrastructure In Mandakki Bhauui Area 18.00 1293 06.03.2019 05.03.2020 26-08-2021 Work Completed 
iTolics In Davanagere City [Phase 7) ₹40 555 22025015 21052015 25083021 Work Completed 
ET] NH SUD Total -A SU NS Sr fee | 3187.09 1”: 160,39 “eNO Se [NEM J MEAS SESS [MASTS Te BN. se dps 
ಧಾ RATAN PTT ರ ಗ [YER yo Date ork : [ಯ pe Fe nd ಸ್ಯ, 
, Name of the Prolect5 ಹ ಸ ಘರ ೯ ye WO Cost ಫಿ D Co! " ie 


AN 


EEE EE TE eS 


[otal tcngth of proposed Road - 470m. road 
work completed. 

690 mtr Storm water drain completed, 
Foorpath work is in progress. Electrical 
[chambers & wiility ducts under progress. 
Electrical pole shifting and Telecom 
[Chambers work Is under progress 


638 19.01.2018 18.07.2018 


31-81-2021 


linprovenient of Chamarajapct Road in Davanagerc City 


[Total length of drain is 3500 mts; Out of 
which 3400 murs drain work is Completed. 
1834 16.04 11.06.2018 08.03.2019 31-10-2021 Remaining draln work is under progress. 
Chain link fencing for a length of 2000mts is 
completed. 


Remodelling of storm water drains in ABD area - Kondajji Road 
Drain - Drain Nos: D1, D1A, D2, D3, DS& D6 


Implementation of ICT Project 1n Davanagere 


82.41 


7484 


10.10.2018 


10.10.2019 


31-12-2021 


[Annexure Enclosed 


I rickshaw (phase 1) 


0.42 


0.42 


12.12.2018 


11.04.2019 


[There is issue in.prantenance of E-rickshav 
by the beneficiaries, they have piven letters 
the Company to take back the vehicles and 
refund ofthe money. 

[The DSCL is under process co resolve the 
issues. 


Improvement of secondary drains at Basavara)pete, Basha Nagar. 
Mandipete & Managahalli road in ABD area 


14.26 


13.48 


16.01.2019 


13.10.2019 


31-12-2021 


‘Total length of drain: 8390 mts; Out of whic 
[5460 mts 15 completed. fovtpath work 990 
sqm { outof 9645 sqm completed. Remainir 
Footpath work is in progress, 


* [Redevelopment of Kalyani at Hondada Circle and Clock Tower in 


[ABD Area. 


3.10 


283 


11.02.2019 


10.08.2019 


30-09-2021 


Ctock tower work completed. Kalyam 
[concrete steps, Granite fixing for steps, stor 
pillar erection work completed. Sculpture, 
architectural and ivont compound wall worl 
in progress § - 


Remodelling of Storm Water Drains around Durgambika temple in 
[ABD Area. 


794 


705 


16.01.2019 


15.07.2019 


15-10-2021 


Total length of drain: 4300 mis Out of 2450 
mts drain work, cover slab laying for existin 
drain and 5 no's box culvert are completed. 
Footpath work is under progress. 


Redevelopment of O1d City Bus Stand 


28.67 


25.41 


01.04.2019 


01.09.2020 


01-03-2022 


Basement floor roof slab concrete complete: 
Mezziane floor roof slab concrele completec 
upto 2nd expansion joint. 3rd expansion joi 
slab reinforcemnt work under progress. Fir: 
oor roof slab concreting completed upto 21 
expansion joint, Terrace roof slab complete 
upto 1st expansion joint. column raising for 
[Terrace roof eve! upto from 2nd expansion 
joints in progress. 


MSI(Centralised Data center at KMDS) 


12.50 


12.5 


Work order sued , Projectis being 
Imonitorvd by KMDS " 


10 


improvement of Binny Company Road . 


6.40 


5.60 


08.03.2019 


04.09.2019 


30-11-2021 


"otal Road Length: S30mts; Road work, 
Electrical and telecom chambers Complete¢ 
[SWD & DWE pipe laying, UD Chambers 
completed. Footpath and Electrical work is 
lunder progress. | 


11 


Basic infrastructure in Ashraya Layouts 


37.50 


34.36 


07.03.2019 


06.03.2020 


31-12-2021 


[Total Road Length: 18000mts & Drain Lengt 
26000 tnts; Out of which 17470 mts road 
work & 22450 mts drain work is completed. 
Footpath 7400 sqm work completed outof 
34000 sqm. Balance work 1s under progress 


12 


(Construction of Barrage across Tungabhadra River near Rajanahalli 
ullage 


98.16 


76.11 


14.08.2019 


05.05.2021 


31-12-2021 


Foundation concreting for $10 mts out of 55 
mt upto RL 521.00 mir inicluding 46piers an 
[4 sluice gates are wn progress, 410 mtrs of 
stiling basin completed out of SSSmtrs 
Fixing of #st stage Cate Embedded parts in 
progress 


13 


Development of Pedestrian Foot path in ABD area Phase 1 


20.00 


15.53 


10.07.2019 


09.07.2020 


31-12-2021 


[Total length of drain 15 5650s; out of whit 
[4700 mots completed. Drain work at Railway 
[parallel Road & Kondajji Road Completed. 
Hindu Rudra Bhumi drain work and road 
widening completed, footpath work under 
progress. Shivali Talkies road drain work, 
Bamboo bazar, Honda circle drain work 
under progress, Seebara road drain work 
[completed & footpath work LHS completed, 
RHS is under progress, RTO road footpath 
[work under progress 


14 


Redevelopment of Jagalur Bus stand 


3.60 


3.21 


26.06.19 


26.12.2019 


30-09-2021 


Truss fabrication & Erection completed. Roc 
sheet covering work is under progress. Shop 
roof slab concretiug completed, Toilet block 
Block work & plastering completed, nos of 
shop foundauon work is in progress. 


15 


Improvements of Major storm water drains in PAN City 


» 


25.00 


18.79 


25.06.2019 


"25.06.2020 


30-12-2021 


"Total Length of drain : 10100 mts ; Out of 
which 5850mis drain work is completed. 
Balance work at Vidyanagar, LIC colony, 
saraswathi nagar area, Bhagirath circle and 
shamanuru to Rudrabhoomi drain work isin 
progress. 


hnprovements of Schools in ABD Area 


3.00 


211 


12.09.2019 


08-06-2020 


31-08-2021 


[Total No of Schools :05; 

1.At SPS Nagar primary School Parapet and 
elanka Tiles laying work is completed. 
Painting work pending. 

2. At SPS Nagara High schoo! Parapet wall 
[work is completed, roof wuss and paver wo1 
is in progress. 

3.At School near Durgarmbika temple 
renovation work completed. 

[3.At Chowkipet schoo), completed 

[5. At Bedi layout, repair work completed, 
[painting work is ic progress. 


17 


Improvement of Junctions in Davanagere City Phase 2 


5.00 


3.63 


29.08.2019 


25.05.2020 


30-09-2021 


[Footpath work at DRR & RTO, Mandakki 
Bhatti junction completed. Venkaleshwara 
junction onesidle footpath work excavation, 
ISB, WM laying is in progress 


Installation of Signages & Road Safety Measures (Phase2) 


9.00 


8.14 


16.08.2019 


12.02.2020 


31-10-2021 


[Fhemoplastic painting work is under 
progress. Signage board making and pole 


Jmaking is under progress. 


Cycle track aroupd Kundwacla lake with bund improvements. 


15,00 


13.56 


11.09.2019 


10.09.2020 


24-01-2022 


Bund widening 2700mirs fiom ch. 2280 to c1 
[4490 and ch.0 to ch.490 Corapleted. From ch 
2280 to ch. 3390 Revitment work complcted 
Further work is under progress. 


20 


Basic infrastructure to 7 roads 


25.00 


18.82 


18.11.2019 


18.11.2020 


31-12-2021 


Total Lengih of Ruud- 3386 mirs, 

Drain - 6113 mtrs, Foot Path - 16453 sq & 
streetlighis-260 No's. Out of which Road wo 
lof 3617 mer, Drain 3545 mtrs and Foot Pat! 
- 8200 sqm and 20 nos pole foundation 
‘completed. Remaining work 1s in Progress 


21 


Aiorestation along Roads Phase <I 


377 


18.12.2019 


15.06.2020 


31-40-2021 


lout of 6500 Plan, 5530 plants have been 
planted. Balance work undcr progress. 


22 


Improvement of pedestrian fnotpath Phase I} 


20.00 


14.83 


15.02.2020 


14.02.2021 


31-12-2021 


Gurubhawan road footpath work completed 
'Fransformer shifung completed, Gund circ 
to Lakhsmi flour rill drain work completed, 
footpath work completed, Gundi circle to 
dyathibhavan LHS footpath completed, 
Hadadi road footpath work i5 IR progress. 
BSNL office to Jeyadeva circle and Karadlagi 
veerabadranpa road footpath work is under 
progress. 


23 


lDevelopnen: of Ring road & its approach roads 


55.00 


46.31 


20.02.2020 


19.02.2021 


30-09-2021 


[Total road length is $700 mt -outof 
4200mtr completed. Drain work 3650mt- 
completed out of 78SGmir, Footpath work 
14400 sqm completed out of 11400. Remainir 
road work drain work and Paved & raised 
footpath work is under progress. 


24” 


Major storm water drain’from'Mattikal to-Rethur Hatla- 


-3.00- 


234... 


18.03.2020 - 


17.12.2020 


3006-2022 .... 


Total drain length is 1497mntrs - out of which 
|5S0.mtrs drain completed, footpath with PQ 
completed, MS grating fixing completed. 


25 


Major Storm Water Drains in ABD area Koracharatu to Bethur. 


3.00. 


241 


18.03.2020 


17.12.2020 


17-09-2021 


[Total drain length is 610murs - 450 mer drair 
wall rulsing work completed, New drain wo 
180 mir completed out of S60mr. Road 
widening for 400mtr completed. 

Balance drain work is under progress. 


26 


CCC Building & Smart City office Interior & Furniture 


3.00 


188 


02.05.2020 


01.11.2020 


31-08-2021 


[Work started on 13.01.2023, installation of 
[AC and furniture works in G.F completed. FF 
work is in progress. 


27 


(Construction of Research and Development Buildingin UBDT 
Coliege of Engineering affiliated to VTU (Govt. Engineering College) 


4.50 


3.64 


26-06-2020 


25.06.2021. 


31-12-2021 


RCC work upto roof slab level completed, 
Masonry work and plastering workis under 
progress. 


28 


Basic infrastructure development works in SSM Nagar, Beed; Layout, 
paravathammaNagara of ABD avea 


1000 


7.57 


20-08-2020 


19-08-2021 


31-12-2021 


[Total dram length is 15400mtrs out of whick 
4472 mo drain work completed. balance 
drain work is under progress. 


29 


Major storm water drain from Shamanur Rudra bhoomi 
Kundawada WTP 2km length 


16.00 


12.04 


20-08-2020 


19-04-2021 


31-10-2021 


[Total length of Storm water drain is 1700mu 
land UGD length 2500 mus. Out of which 2500 
mrs Ut:0 work completed & 31 nos RCC 
[manhole chamber completed. Drain length 
1200mur excavation, sand & boulder filling 
PCC completed, Raft concrete and wall 1st 
lift concrete for a length of 650mtr complete 
2nd lift wall concrete one side S30mtr 
completed. Batance drain work & UCD work 
is under progress. 


30 


Redevelopment of Road from Govt.. Employees Samudays bhavana 
(New tock circie) w Saptagirt Shoot 


771 


20-08-2020 


19-02-2021 


30-09-2021 


Total length of road is 660mtr - 610 mir POC 
completed on both sides. Dram work 1480m 
cuyaplets ್ಲ rk, CD work 

foorpath work 1s under progress. 


31. 


Rejuvenation of Swimming pool in Devaraj Urs Layout under the 
lownership of Department of Youth and Sport Services. 


5.00 


2.24 


17-11-2020 


16-05-2021 


31-10-2021 


Dismantling of existing hles completed. 
(Grouting work and plastoring of walls is 
competed, water proofing with PCC for raft i 
completed. 


32 


[Construction of Approach Bridge At SSM Nagara in Davanagere 


2.00 


1.52 


17-11-2020 


16-05-2021 


16-11-2021 


2 nos of pier concreting, Ino of abutment 
concrete, 2 span deck slab co; 
completed, remaining Ino Abutment, 
retaining wall work is in progress. 


33 


laser show @ Kundawada Lake and Musical Fountain, Installation of 
lights and improvements in Glass house 


5.00 


4.92 


17-14-2020 


16-05-2021 


30-09-2021 


Sivting gallery - PCC & RCC concreting Wall 
completed, siepped seating concreuing in 
progress. Fountain area - PCC & raft. 
periphery wall completed, musical fountain 
electrical & plumbing work in progress. 
contro} unit Building RCG work, finishing 
work, electrical panel board fixing is 
completed, remaining work is in progress. 


34 


mprovemenks of Government high school building in Davanagere 
City 


2.00 


2.00 


16-12-2020 


14-06-20200 


14-06-2022 


Outer wall plastering removal under 
progress. 


35 


improvement of Government School Buildings in North zone of 
Davanagere City. 


4.00 


309 


21-12-2020 


20-12-2021 


20-12-2021 


Out of 7 schools - 1 no school compound wal 
constructon is under progress. 1 nos school 
demolition work completed, Remaining 
schoo! existing bldg demoltion is under 
progress. nos of Toilet block construction 3 
under progress. 


36 


Improvement of Government School Buildings in South zone of 
Davanagere City. 


4.00 


31 


21-12-2020 


20-12-2021 


lout of'6 schools -3 ne school building 
lconstrucston is under progress. Remaining 
schuol axisting bldg demolition inspection 15 
under progress. 1 nos of ‘Toilet block 
construction ts under progress 


[ Barrication work completed, dismantling 
existing structure completed. Mass 
37 [Redevelopment af KSRTC Bus stand 90.00 109.85 31-12-2020 31-12-2022 31-12-2022 excavation works part 1 & 2 corapleted, Pa 
& 2 PCC and Foouihg concreting is in” - 
Supply installation onde wissionis 
Implementation of Blood Seperation unit in Red cross society, 01. 0%. 03. completed, 
36 [meer 0.66 062 27-01-2021 13-03-2021 1303-2024 J gcompleted. fal run is progres. 
- JAwaiving for license 
Cleaning & grabbing is completed, PCC E 
iu oes R ೦೦. _ ೦೦. Footing concreting for building portion 
39 [Stadium near SSM Nagar 8 Block {Corporation Owned Property) 10.00 2.83 04-02-2021 04-02-2022 04022002 [ln Pon 
progress. 
WO issued on 18-03-2021, Dismandingo? 
[Trauma centre and other development works in Chigateri General ೦3. ೦5. ೦. existing building and Barrication workis 
40 [hiospitat{Covt District Hospltal). 1550 957 18-03-2021 19-05-2022 1905-2022 [ Ompleted. Foundtaion markings under 
ಗಂ್ಷಗತ5. 
FN — 
41 [Procurement of E-Fogger & E-Sprayer vehicle, Davanagerc 024 024 21-08-2021 20-10-2021 20-10-2021 [WO issued on 21-08-2021 
L Sub Total -B ~ 700.18 606.57 ml PTR - 
ul. Tendering stage 
N MR ಬ ಮ ust date ofbld 2 
S.No [3 Name of tho project SCP cost | Tender Cost | Tender date 3 > 'subimissloi No. Otender calls K Present Status 
1 [GPS& RFID Based Integrated Solid waste Management System 916 2200 16-02-2021 24-02-2021 1 [Technical Bid Evaluation isin Progress. 
— | [Tendered on: 30-07-3021 
2 |ieT Works In PAN City- Phase il 702 702 28-09-2020 14-12-2020 2 Last Date for id Submission : 
— 16-09-2021 
7 KE 
ಮ Financial Bid opened on ; 
3 [Bus standin Bethur Road. 2.50 10.00 12-11-2020 05-01-2021 2 Fini 
4 [Openair Theatre at Visual Arts College affiliaved to Davanagere 400 300 05-12-2020 18-01-2021 2 tobe issued 
University Campus (Govt Cotlege) 
§ [Teme Parkin Visual Art College pre.nises affiliated Davanagere 300 300 05-12-2020 18-01-2021 2 Lon to bo tssued 
University (Govt. College} 
[rendered on : 14.08.2021 
6  [Mtursination w Kalyani & Clock Tower 065 0.65 1408-2021 13-09-2021 2 3st Data for Bid Subnssion 
Bld Opening on : 14-09-2021 
- “SBTC CLR TRESS —— 
WW. DPR/FR Stage 
ವ 
pe Ce py ಇ py pe ee “T= cr ey ps [Nay sesh, 
ಮ [3 ಕ KE DPR approval Tentative Date of | pS 
Name ofthe project” + - w= 44° scpeost (© Dpnca | DPF dato geo Tendiring & 
Ce NSN SO Ts EN 26) 5 
Vil 
Re Sub Tolal?0 — — BRONTE CET RE 
Total SCM (A4B$C4D) ವ TW 7 CNS Hu 


FF 


PUBLIC-PRIVATE PARTNERSHIP (PPP) Proyétt &.} 


w Ee Pw K 
1. Completed Project 
ಮ Pe pe — ರ್‌ ಸಾ, ae reer ren 
S.No. Name of the project "| Screos | w/o cost ರ “cémpletton as Actual Completion | - Present Status 
[_ uals. “|. perdonmet.| , T- pS | N 
Development operating and maintenance of Smart Bus Q Shelters a |, 01. 
1 [52 1ocations in Davanagere city on PPP node at Davanagere phase 1 3.53 262 08.03.2019 04012020 30-01-2021 | Work Completed 
Selection of Developer to Design, Finance. Manufacture. Supply. 
install, Test Commisston, Operate and Maintain for Rooftop Solar 0.00 0.00 15.11.2018 04.09.2019 26-08-2021 Work Completed 
* JPY systems for 25 years on Tarriff basis on selected Eight 
__ [Government Buitcings. 
F Sub Foal A 333 TEETER ETS ಇ EN 
il. Cnpoing Sage — 
| - ಇ CT A CEN ECTS CECE pee ಇ % 
SY K . Ky ಮಾ Work ordér RE Date ot bab1e’ 
Sl. No. Name of the project SCP cost |. W/O Cost * ipletion as » ~ Complction presont Sus 
§ PN [A SA | ws ಸಾ 
100 Nos. of Manual Bicycles and 52 E-cycles 
t Public Bicycle Sharing System 9.99 9.99 08.03.2019 04.12.2019 30-09-2021 received & Trial run started. Balance 2 
| [location cil works in progress. 
Development operating and maintenance of Smart Bus Q Shelters at K Ste clearing and 5 location foundation wor} 
2 [52 toeations in Davanagere city on PPP mou ot Davanagere phase 2| #50 320 10.03.2020 09.03.2021 _| 31-01-2022 Jf fabricaton workis In progress. 
3 [LED street lights (Cal 4) 0.00 23.64 18-02-2021 17-10-2021 17-10-2021 [Surveyof existing street light is under 
progress. 
ETT FEY TN ESTO NEE TE TET Te 
LUA Tendertny Stage 
NES RES ist Daic of Bid * - 
S.No. Name of the project cost | DPR cose, ZenderDite ~ Sibmkglons He pan resent Status 
Ri 
Sib Tota TC [] [] UU T 
i. OPR/FR Stage 
SI. No. Name of the project rR Appr oYal|pp Approval Dato Present Status - 


| SCP cost DPR Cost 


Nil 


Sub Total -D 
Total PPP (A+B+C3D) 


TOU 


14.49 kz ವಾ 


pee ಬಾಬು 
‘Sino: ಸಮರು ಮ. 
KG « ಮಾರಾ ಅರೆ ೨೦ ನಲ 
1 [Creating & Maintaining SPV Website Completed 
2 [Desilting of Rajnalla {North} 0.937 26.09.2018 | 26.09.2018 Completed 
3 [Desilting of Rajnalta (South} 0.8 19.09.2018 | 19.09.2018 Completed 
4 (Smart Toilet ({e-toilet} 1.01 24.03.2018 | 25.03.2019 | 25.03.2019 Completed 
— 
5 [Sanitary Napkin Vending Machine 0.16 25.10.2018 | 19.12.2018 | 19.12.2018 Completed 
6 Rain Water Harvesting 0.37 23.07.2018 | 25.12.2018 | 25.12.2018 Completed 
7 development of Swimming Pool at 243 303 | 27122018 | 26.06.2019 | 26.06.2019 Completed 
8 Smart School 25 1.17 08.03.2019 | 30.10.2019 | 30.10.2019 Completed 
9 [Smart Healthcare 4.5 3.06 08.03.2019 | 30.10.2019 | 30.10.2019 Completed 
10 |MG Park Phase- 1 (musical fountain) 5.0 4.67 03.08.2019 | 23.06.2020 | 23.06.2020 Completed 
Solid Waste Management 
1 [supply of 15 no of Garabage Auto 3.21 | 38 | 23.03.2020 | 30.06.2020 | 30.06.2020 Completed 
12 Renovation of Core Markets - Janta Bazaar) 3 0.940 | 06.08.2019 | 05.11.2019 | 05.11.2019 Completed 
ackage {A) 
13 [SME Wndustrial Estate Infrastructure | 150% 184 | 10.06.2019 | 09.06.2020 | 30.01.2021 Completed 
14 |MG Park: Redevelopment of Glass House 5 3.1 21.07.2020 |; 20.01.2021 | 20.01.2021 Completed 
15 |Puzzle Parking with Smart Parking 5 4.59 29.06.2019 | 29.03.2020 | 31.01.2021 Completed 
™F 
16 Establishment of QC Laboratory 0.85 0.85 02.03.2020 01.09.2020 | 31.01.2021 Compteted 
17 Development of ICCC (Package - 01 Civil) 45 491 04.01.2019 | 03.10.2019 ; 10.02.2021 Completed 
18 |ICCC- Services 5 3.62 27.06.2019 | 27.03.2020 ; 10.02.2021 Completed 
19 |ICCC- Room Interior 5 3.27 23.02.2019 | 22.08.2019 | 31.03.2021 Completed 
Smart Roads Package-04 New Roads p p | 
20 [Total road length - 2.07 Km,) 37 21.09 04.02.2019 | 03.02.2020 | 31.03.2021 Completed 
Basic Services to Urban Poor (BSUP} 
21 |Package-01 {67 Roads) Road Length- 22.50 31.14 04.02.2019 | 03.02.2020 | 15.06.2021 Completed 
7.25km — 
| 22 cesachange Challenge (Project funded | 26 22.01.2021 | 16.08.2021 | 16.08.2021 Completed 
jangalore) 
[ 23 [Redevelopment of Unkal Market Completed 


Sub Total -A 


EROS 
+ Name of the.Profject-, 
ಬನ್‌ ದ 


Sno... 
sp 


Basic Services to Urban Poor (BSUP] 
1 |Package-03 (35 Roads) 
Road Length-5.911Km 


33 


31.31 04.06.2019 


Basic Services to Urban Poor (BSUP} 
2 [Package-02 
Road Length-8.08Km 


1 OOO | 


27 


42 


20.02.2020 


03.06.2020 


19.02.2021 


30.10.2021 


30.10.2021 


l.Elecirical work for Schoo! no.1 &5 
2.LT chambers- 120 nos 

3. Feddar Pillars foundation BOnos 
4. Sueet light foundation- 135nos 

5. Drain wall- 10870m 

16. Drain stab- 1 1000rm 

7. PHC flooring 

8. DWC pipe 160mm - 15414m 

9. DWC pipe 50mm - 16200m 

10. 7-way Multiduct- 7560m 

11. PHC RCC Slab, compond wall completed 

12. Paver block laying in road no 3. 3A, 3B, 04,10, 12.22.23, 
25,26,27,29 ,31.33(1220m) 

13. Road Reconstruction by Asphakting « 
1,9.13,14,16,18,20,24,28,30,32 {1750m) 

14. Overlay of DBM, BC- 17.36.39 (630m 


Storm Drain work 
1. Excavation-4002m 

2. PCC -4002m 

3. Raft - 4002m " 
4. Drain wall- 4002m 

5. Drain slab- 59S8m 

6.Total roads tackled- 25/92 

7.LT Chambers- 32 

8.Street Light - 62 

9.Feeder Pillar - 32 

10.DWC 50mm - 1250m 

11. DWC 160mm - 1016 

12.7 way multi ducts - 235m 


Smart Roads Package-05 New Roads 
Scope Road Length: 2.3 Kms 


37.6 


3139 


04.02.2019 


04.02.2020 | 31.07.2021 


Road cutting & Subgrade laying: 2010 m 

GSB laying : 2010 m K 

Utility Duct: 3990 m f (ಸ 
7way Multi Duct: 3260 m 

DWC laying : 3260 m 

Sewer pipe laying : 3700 m 

Storm pipe laying: 4020 m 

Sewer Chambers ::135 Nos. 

Storm water Chamber : 152 Nos. 
HT/LT Chambers : 50 Nos 

Street light pole foundation: 60 Nos. 
DLC: 1380m 

PQC: 1380m 


Smart Roads Package-06 New Roads 
Road Length: 3.05 Kms 


27.7 


37.719 


04.02.2019 


04.02.2020 ; 31.07.2021 


Road cutting & Subgrade laying: 1730 m 
GSB laying : 1560 wm 

WMM :; 1410m 

Uuility Duct: 4933 m 

7way Multi Duct: 4545m 

DWC laying: 4485m 

Sewer pipe laying : 4010m 

<. ವ 


LAN, 


Smart Road Package-02 
Road Length-10,50 Km 
(Major-5.08Km+Minor-5.42Km 


47 


47,92 


17.02.2020 


16.02.2021 I 27.12.2021 
I 


Storm Drain work 

1. Excavation-7000m 

2. PCC - 6850m 

3. Raft - 6850m 

4. Drain wall- 6750m 

5, Drain slab- 7200m 

6. LT Chamber- 85 nos 

7. Feeder Piliar - 06 nos 
8. OFC Chamber- 20 nos 
9. Street Light -10 nos 

10. DWC 160 mm - 5890m 
11.7 way Multi duct- 6850m 
12.LT 1G cable - 950m 


Smart Road Package-01 Gokul Road ( 
Road Length 4.60 km) 


48.5 


39.47 


15.05.2020 


I 
14.05.2021 ! 31.10.2021 
| 


Survey Works 


Smart Road Package-03 
Road length: 5.069 Kms 


41 


44.44 


20.11.2020 


| 
| 
| 
Hl 


19.11.2021 i 19.11.2021 


Storm Drain work 
1. Excavation - 2477 
2.PCC- 2477 

3Raft - 2477m 

4. Side wall -2477m 

5. Top stah - 37370m 
6.7-way mutli-duct - 1020m 
7. DWC pipe - 1140m 


Redevelopment of Bengeri Market 


7.6 


68 


05.10.2019 


04.10.2020 | 31.08.2021 


1. Toilet block,Raft Concrete,Column upto GL, Plinth beam 
concrete 
2.Colunn Concrete,R.Beam &Slah Concrete for Toilet Block 
3. Drain Raft:CH 10-300 m(RHS&LHS) 
4. Drain Wall:CH 10-300m (RHSELHS) 

5. Drain Slab: CH 10-300m (RHS&LHS) 
6. Road Work 

GSB, WMM , PQC(M30) 

CH-10-280m 
7. PCC.Raft for tensile Roof foundation (Outer stall-26 Nos, 
Inner - 16 Nos) 
8. Guard Room PCC,Raft, Column upto GL.Plinth beam, column, 
tie beam CC block masonary and external and internal 
platstering 
9.Coluimn Concrete for Tensile Roofing (Outer stall-26 Nos 
\Inner - 16 Nos) 

10_CC-flack MasanrufTailer Back). 354-cam. 


Development of Fish Market 


ಹಿನ 


5.6 


06.08.2019 


06.08.2020 ; 31.08.2021 


1.Demolition of Existing Vendors Shops at Ganesh 
peth fish market 

2.Disposing of Debris 

3.Site Barricading ; 

4. Excavation for footing for main building- 10 nos 
5. Boulder soling - 34 nos 

6. PCC for footing - 34 nos 

7, Footing concrete M25- 34 nns 

8.Plinth Beam - 225 out of 276m 

9.Column above plinth- 34 nos 

10.Footing & Plinth Beam backfilling 

11. Retaining wall - 60m 12, Basement floor 70% slab 
completed 13.PCC laying for basement floor area 
completed 


10 


Renovation of Core Markets - Old City Veg 
Market 


13.45 


06.08.2019 


06.02.2021 | 31.08.2021 


1Survey Work 


11 


Renovation of Core Markets - Old City Veg 
Market B: 


Rehabilitation of Kattas and Shops 


08.01.2020 


23.03.2020 ; 31.08.2021 


Rehabilitation for Khattas- 64 nos 
Rehabilitation for Shops- 8 nos 


12 


Renovation of Core Markets - Janta Bazaar 


20 


18.35 


06.08.2019 


06.02.2021 


31.08.2021 


1.Mass Excavation completed 
2.Individual Footing excavation- 47 nos completed out of 
48 

3.PCC & raft footing -47 nos 

4.Cloumn upto bottom of tie beam- 47 nos 

5.Backfilling 92% completed 

6.Tie Beam bar bending & Shuttering - 96% 

7) Retaining wall - 175m completed out of 189m 

8) Basement floor columns 51 nos outof 53 nos 
completed 9) Basement slab shuttering and 
reinforcement 90% completed 10) Basemnt slab 
concreting 80% completed 11) Gruung floor column 31 
nos completed out of 53 nos 


13 


Tolankere Lake Development 


16.25 


20.29 


16.10.2018 


16.04.2020, 


21.05.2022 


Proposed islands (2 No), 
Z.Existing Island (1 No}, 
3.Cattle feeder Tank(1 No), 


\4.Toiler Black, watch Tower, Amph Theatre, Ticket Counter, 


RO Plant, 

Vermi Compost, Borewell, Retaining Wall, Concentric Coil for 
Fencing, 

Hedge Maze, SSM Works, Kerb Stone, UG Tank, 
Amphitheater, Stage granite fixing, Irrigaton Works, 
electricals works 

PCC for Box culvert Barbending 

SSM Pointing 

5.Reining wall concreting 

6.SS railing at Amphitheater and Existing Watch Tower, 
7. Flooring work and electrical work 

B. Gabion wall at NE corner and near main entrance 


14 


MG Park Redevelopment 


14.7 


13313 


03.08.2018 


03.02.2020 


31.08.2021 


1.Construction of Retaining wall-(280 m} pe 

2. Building for RO and water ATM(Plastering and Flooring) 
3.Starm water drains (850 my} 

4.Construction of Pond 

5.Handicap Toilet 

6Nermi compost unit (Plastering & Floor surface) 

7. Equipment (Gym, Children play, Sensor park play) 

ebo 

9. Amphithcter (Flooring & Railing) 

10. Tensile Roofing 

11. Compound Plastering 

12. Meditation Deck colump 

13.Compound wall Grill Fixing, SS Railing m 14. Sump Tank 
15.Recharge pits -1Onos 


ಈ 


15 


M G Park Phase -ll (Toy Train) 


4.2 


26.11.2019 


25.05.2020 


31.08.2021 


1. Survey Works 

2.Design Approval 

3.Dismantling of existing track 

4, Excavation for Station and track. 


16 


Nehru Ground Development Phase - [and 
11 


28 


2144 


05.06.2020 


04.06.2021 


31.08.2021 


Survey Work 

Design Finalization 

Dismantling of Exsiting Toilet Block. 

PCC, & RCC of Plinth Beam, Columns of Toilet Block 
Sports Complex Excavation work 


17 


Procurement and Installation of Boom 
Barriers-Cali3 
Scope: 68 Barriers 


02.06.2020 


17.10.2020 


31.12.2021 


7 Barriers Installation Completed 
19 Barriers Foundation and Cabling Work is 
Completed 


18 


Master System Integrator 


25 


07.12.2019 


14.08.2021 


19° 


Digital Display Board 


49 


4.98 


07.03.2019 


03.02.2021 


02.02.2022 


31.03.2021 


Survey Work completed, survey reports submitted 


20 


Supply and Installation of CCTV poles 


0.57 


0.408 


12.03.2020 


11.06.2020 


30.09.2021 


Design and Specification of Camera poles submitted, 
Approved for Procurement 

13¢ Poles Foundation work Completed. 

Earthing work completed for 110 locations 

Erection of 111 poles completed 


21 


(Augmented Reality (AR] based Billboard 
Revenue Monitoring System 


0.93 


0.73 


02.02.2019 


02.08.2019 


31.08.2021 


1.SRS & Survey Document. 
2.Survey reports have been Submitted 


22 


ICCC (Local System Integrator} 


39.57 


4393 


19.11.2018 


19.02.2020 


31.08.2021 


1. Instalation of RFID tags 2,10,000 Nos, 2. 147 GPS 
trackers installed in HDMC Auto Tippers, 3.Design & 
Supply ofall the components 34.53 Cr Hardware 
materials procured, 4. SWM application development, 5. | 
Use case for SWM, 6.finalization of SRS, FRS & SDD7. Soft 
Launch of Temporary Control Center establishment 
(lnstallation of Equipments & SWM Application), 8. 
installation of Server at Temporary Command Control 
Center 9.20 Fuel Sensors for HDMC owned vehicles 
installation. 10. Procurement, training and handover of 
134 RFiD readers to HDMC 11. 110 SWM cameras 
installation complcted 


23 


Public Bicycle Sharing 


9.5 


8.5 


10.10.2019 


10.06.2020 


31.08.2021 


1. Survey Reports 

2. System planning K 

3. Station Installation plan > - 
4.Application Development Plan 
5. Pilot Docking Station 01 No. 
6.. Development Of Application 
7. Supply Installation and Commissioning of Control 
Center operations 

8. Website, mobile application 


24 


Chittaguppi Hospital Upgradation 


35 


27.38 


29.05.2020 


28.05.2021 


30.09.2021 


14) Existing Maternity Building 

i) Dismantling of Existing Columns 

if) Column Conrete 

iii) Slab Concrete for existing FF Slab 

iv} Masonary Work 

vy Linte! Chejja Bar Bending & Shuttering 

vi) Celing Plastering. 

vin} Window Grill 

iv) Floor Tiles 

೪) Wall Putty and Painting 

B) Administrative Buiding 

i) Dismantling of existing building at Adminstrative Block 
il} Footing concete for Adminitrative block. 

iii) Retaing walll footing concrete. 

iv) Lift Room Wall Concrete. ; 


25 


Medar Oni Dispensary 


10 


46 


02.01.2020 


01.01.2021 


31.05.2022 


1. Demolition of Existing Structure 

2.Dispossing of Debris lead & Lift 

3.Barrication For Site Boundary 

4. Demolition of Compound wall 

5. Mass Excavation depth 3m 

6.PCC for MF1, MF2, MF3, MF4 & CF1 

7.Raft MF1, MF2, MF3, MF4 & CF1. 

8. Columns upto plinth soffit level 9.Backfilling work 
10.Naala Diversion work 


26 


Electncal Crematorium 


2.6 


20.03.2020 


26.09.2020 


30.09.2021 


1. Excavation 

2.PCC 

3.Concreting for individual footing 

4. Retaining wall concreting 

5.Backfilling 

6.Plinth Beam bar bending & Shuttering 
7.Blockwork masonary completed upto botton of 
roof beam 8. PCC for floor 9.Column upto bottom of 
the roof beam 10.Lintel beam 11.Fabrication of 
furnance 12.Fabrication of chimney 


27 


Unkal Lake Phase-02 


35 


17.06.2020 


16.09.2021 


01.09.2021 


28 


Unkal Lake Upgradation 


15 


17.08.2020 


16.08.2021 


16.09.2021 


Initial Clearing of weeds, Trash Barriers installed , 
Design Report finalised, Procurement of Aerators. 


29 


Swimming Pool Development Phase-02 


29.09.2020 


28.04.2021 


30.09.2021 


i) Pavilion Excavation, PCC, Raft 

ii) Pavilion Retaining wall First Lift Concrete. 

iii) Toilet Block Column Concrete (Below PB) and 
Back filling . 


30 


‘Tolankere Lake Development Phase-02 


496 


09.12.2020 


09.05.2021 


"30.08.2021 


Procurement of play equiments 


31 


Nala Renovation 


50 


50 


16.12.2020 


15.06.2021 


31.08.2021 


1.Survey Work, Marking for STP Units 2.Left bank 
Gabion wall excavation 3.Gabion wall upto 1.5m- 
308 m out of 318m 4.Rightt bank Gabion wall 
excavation 140m out of 318m 5.Gabion wall upto 
1.5m-140 m out of 318m 


Redevelopment of Old City Bus Stand at 
Hubballi 


23.04.2021 


22.10.2022 


15.10.2021 


Survey Works 


Vani Vilas Development (BSUP} 


09.03.2021 


08.03.2022 


Survey works 


1 Sub Total= ಪಿ 


pl 


CTR 


lil. Tendering Stage 


lagt Date of 


Submission 


No. of fendei 


Present Status 


Construction of sports Complex. 


92 


150 


25 01.2021 


07.05.2021 


Bid is under Negotiation 


Sub Total-€ + 


92೭ 


150 


W. DPR Stage/FR Stage 


Sl.no 


Name ofthe Project 


- SCP Cost 


DPR Cost 


DPR approval 
date 


Tentative 
Date of 


Tendering | 


Present Status 


Nil 


Sub Total -D 
Total SCM (A+B+C4D). 
{indludes 10 Cr SCM findéd PPP Project) 


|. Completed Projects 


RE 


e175] | 


SWoricOnder. ompletion-| 


ಸ EDS oT RECESS 
Ed ETE 


Actual date; CT 


oT 
ಸ 


cdc 


Nill 
TST NESTE TES SETAE 


ನ 


YC 


] 


Smart Parking Tower (Multi Level Car 


Parking) R 37 50 28.12.2018 | 28.06.2021 

SCM Funded Rs 10Cr 

LED Street Lighting 75 75.26 17.11.2020 - 
TRE 2 TI25 26 Nc CE. 


lf. Tendering Stage 


py 
Tender Otc 
ಸಡಾ: 


BRST EERIE: 


ಈ The civil work is in progress. 


LoA issued awaiting for BG 


SRR FE 
CNR 


RR 


RECN 
MR NS 


rojects 
le of: 
Ginpicto a5 
Per coniract - 
ion ofall the lighti ding 
1 ER of all the lighting in government building] 2005 2.00 04.02.19 04.08.2019 30.09.2019 Completed 
[Construction of Clock Tower at Clock Tower 
Junction: Civil 65 lakhs,Aluminium Ladder Rs 2.15 
lakhs, Electrical Rs 1.60 lakhs, Analog Clock Rs 6.75 999 0.75 018 8022010 30,092019 Completed 
lakhs - 
, |Smart Road Package 1 - Improvements to Nehru 
3 01, 
Maidan Road from Clock Towerto AB Shetty Circle 419 218 220619 A201, 41012020 Completed 
Construction of Smart Bus Shelter and E-Toilets in 
4 PAN City - phase 2 (14 105) 4.80 3.11 24.03.18 24.09.2018 31.01.2020 Completed 
5 [Providing civil interior work for Smart City office 0.67 0.60 31.10.2019 31.10.2019 Completed 
Construction of Smart Bus Shelter and E Toei in 
PANG (bos) 460 120 09.07.18 09.01.2019 15.03.2020 Completed 
Supply & installation of 37 bedded ICU at new super 
7 speciality block of first floor at Wenlock haspital 3.47 3.47 30042020 | 30.10.2020 30.05.2020 Completed 
premises 
8 Underground Drainage network in ABD Area - 175 142 04.09.2020 | 04.03.2021 31.05.2021 Completed 
Package 3A 
9 [Underground Drainage network in ABD Area - 125 102 04.09.2020 | 04.03.2021 31.05.2021 Completed 
Package 3B 
10.-.| plementation ofE:smart schoolsin‘all 5.00 333 14.02.2020 | 30.09.2020 31.03.2021 Completed 
government schools-Package 2 -ICT 
1 [construction of under ground drainage in Zone-4 5.00 4.50 23.06.2018 | 22.12.2018 15.06.2021 Completed 
(Part-1} in ABD area 
iz: |mplementation of E-smiart schools in all 11.62 11.62 21.08.2019 | 15.02.2021 30.09.2021 Completed 
government schools - Package 1- Infrastructure 
i3. Rejuvenation of Gujjarakere Lake Tor Rainwater 4.00 3.74 14.02.2020 | 14.02.2021 31.08.2021 Completed 
harvesting & recreation 
14: |Constiuerion of additional floot:at existing building 3.00 193 24.06.2020 | 23.06.2021 31.08.2021 Completed 
lof Lady Goschen hospital at Mangaluru 
Sub Tota! -A 54.23 40.85 k Ld 
Il. Ongoing Projects 
Ke Dateof EK 
Sl.No Name ofthe Project SCP Cost WO Cost Work Order date | Completion as Coriplcti Present Status 
ಈ, mipletion 
per contract ; ಸಂ 
14 Nos. of Smart Poles have been 
installed and 1 No. is Balance. 
Selection of System Integrator for Implementation of 58,000 Nos. QR Code has been installed 
1 . [Command and Control Center Components in 17.12 31.07.2020 15.05.2021 [830,000 Nos. is balance. 
Mangaluru City - CAPEX 20 Nos. Band held QR scanner supplied 
32.00 07.1118 lout of 80 Nos. 
UAT - Conditional approval given. 
Selection of System Integrator for Implementation of] 
2 [Command and Control Center Components in 10.91 
Mangaluru City - OPEX. 
246 MH completed outot 315. 
- 4900m out of 8000m 200mm pipe line 
completed. 
-780 No’s House Connection Completed. 
- interlock work near Town Compound 
Construction of Under Ground Drainage in Zone WV y In progress; 
02. 31.12.2020 31112000 |. 4 i 
36 RE DD SE UD) 9.50 855 01.02.2019 02 Old Port cross road Manhole work in 
j progress. 
- Kandathapaili West Road Pipeline 
work in progress. 
| } Work order issued (by KUIDEC). Rs. 8.90 
4x [Cost towards coinmon datacentre a: KMS, 12.00 11.88 28.02.2019 | 28.08.2019 Cr has been released to KMDS on 
Bengaluru Wil 
| FRP installation Rao & Rao circle- 
Hamilton circle road 
Street Light footing work in progress at 
Nehru Maidan Road. 
5 [Smart Road - Package 2 {Loop road} | 1450 13.76 04.07.2019 | 03.12.2020 31082021 [Approach road interlock work near 
[Town hall at Maidan road in progress. 


100% Underground Drainage network in ABD Area- 
Package 4 


25.00 - 


2405 


23.08.2019 


15.02.2021 


15.02.2022 


Manholes 397/908 Nos Completed, 
Pipeline 9.50 Km/20.43Km Completed, 
House-connection Pipelines 
5.70Km/18.16Km Completed, 
Bituminous Restoration of Roads full 
width 1.7Km Completed, only trench 
width 0.60 km completed. Work in 
progress at Mangaladevi temple 
road,Shantha Alva Compound &SL 
Math 
New Balmatta road,MPT Road & Padil- 
Pumpwell road 


oad . Work to be taken up at 


Smart Road - Package 4 


48.00 


41.21 


16.09.2019 


15.02.2021 


15.02.2022 


1. PVS Road Crossover slab work in 
progress. 

(2. Navabharath Circle: Junction work and 
Footpath work is in progress 

3. Sharadha Vidhyataya Concrete road & 
drain work is in progress 

4. Mahamaya drain work is in progress 

6. Hampankatta Road landscaping Median 
land Drain & Footpath work is in progress. 
7. Dongerekerj Road Concrete Road work 
in progress. 


Smart Road - Package 5 


49.00 


46.87 


16.11.2019 


15.03.2021 


16.03.2022 


mpleted in: 

‘Om, Bridge Koad - 
285m, Milagress 1st Cross Road - 185m, 
[canara Chamber Road - 260m. 

ISwD Works Completed in:- - - 

Milagress 1st Cross Road - RHS 150m. 
[Attavara Nandigudda Road - LHS 300m. 
[Work in progress: 

[canara Chamber Road & Arya Samaj Road 


\ISWD & Footpath. 


Smart Road - Package 9- Construction of Pedestrian 
Plaza 


7.00 


20.09.2019 


15.02.2021 


31.12.2021 


Pedestrian Plaza Phase 1 - Structural 
Work completed. Finishing Work in 
progress. 

Pedestrian Plaza Phase 2 - Structural 
[Work in progress. 


Smart Road - Package 6 


41.7 


04.10.2019 


| 15.02.2021 


15022022 


Carraigeway work complete at: 
Oldkent Road: 620m, Pandeshwara New | 
Road: 280m, Monkeystand Road: 540m, 
Mahalingeshwara Temple Road: 240m, 
Gujjarakere.Road: 320m, Telecom Office 
Road: 400m, Pandeshwara Police Station 
road & Morgans gate to Marnemikatte 
Road:480m {Total - 2,980 meters). 
Storm Water Drain works completed in 
01d Kent road Monkey Stand. 

road, Mahalingeshwara temple 
road,Pandeshwara Police station 


” |ruad Storm Water drain works in 


progress along Gujjarkere Road,Telecom 
Office Road & Mangatadevi Temple 
road.Carrriageway works in progress 
along Mangaladevi Temple 
road Footpath works in progr: 
'Pelecom Office road 


11 


Smart Road - Package 3 


49.00 


44.39 


19.11.2019 


19.03.2021 


18.03.2022 


carriageway work completed in: Azizuddin 
road, Mohd.Ali Road,B R Karkera cross road 
Storm water drainwork & footpath under 
progress at- 

Rosario Church road,B.R.Karkera cross 
road.Light House Hill road & Goods Shed 
road, , 

PQC work in progress in - 

5 & Mathias road, Goods Shed 

road, Mukhyaprana Temple road & Light 
House Hill road. 


Road Carriageway work Copleted in: 
1) Maidan 4th cross road, 
2) Maidan 3rd cross road,, 1 
3) JM 2nd cross road, i 
4) Bhatkal Bazar road, 
5) Kasaigalli Road, 
6) JM 4th Cross Road, 
7) MPT cross road, 
8) Canara Goods Road, 
9) PM Rao Road & 
10) Mission Street Extension (Bombay 
Lucky Road) - Carnageway Completid. 
12 [Smart Road - Package 7 40.52 38.74 18.11.2019 | 18.03.2021 17032022 [SD & Footpate wn 
land aquisition issues. 
Roads yet to be taken up in: 
1) Sharavu Temple road, , 
2)GHS cross road, 
3) Bibi Alabi Road - kandak Road, 
4) Maidan 1st cross road (Fathima Traders 
Road), 
5) Maidan znd cross road (Lady Goshen 
Road), 
*|These roads have not yet been started due 
to traffic closure issues. 
strengthening distribution system for implementing Jotice to proceed Sued gn 28:12,2019; 
[24%7 water supply inciuding 8 years 0 & M to £ £ Survey works &pipe laying works under 
13 cE | 114.00 114.00 24.12.2019 | 24122021 24.12.2021 [progress (KUIWIMP). 
Mangaluru City (Contribution from Smart city ke 
ಗ [As on date MSCL has deposited Rs.69 Cr 
to KUIDFC. 
14; Construction cfCommand Control Building sa0nese |» 450 426 13.02.2020 | 12022021 12.08.2021 ರ RE 
to MCC Building 
ಸ i 
Building structure work completed(2 
storey). Internal works completed. 
; Min Vidhana Soudha Parking layour 
15 |UPeradation of Integrated Asset Management and 5.00 4.88 13.02.2020 | 12.02.2021 12.08.2021 [paver block laying workiift 
Urban Property Ownership Record Building N ; 
work,electrical work, compound wall 
work & oxternal glazing work in 
£ progress. 
Building RCC Structural work (2 storey) 
§ ; completed, inside plastering woik 
16:|Sell Development and Safety Training Centrd 2.40 14.05.2020 | 13.05.2021 13.12.2021 [complted and Sump Tank work 
ICAPEX Mp 
475 Completed, Internal finishing work in 
progress. 
Skill Development and Safety Training Centre > y 
[Sy 235 
Pile (600mm dia) complete - 191 No's/191. 
Pile (450mm dia) complete - 77 No's/B8. Pile 
cap concrete - 164 No's/191. Column 
& Xe ಎ complete (up to 2.4m ht) - 164 No’s/189. 
18 [Community Level Facilities along with international 2494 21.96 20.02.2020 | 20.02.2022 20.02.2022 [Grae Re ಬ 1 mis/1338 mis. 
swimming pool [Grade slab complete - 2,000 sqm/3,380 sqm 
Soil filling work - 10,100cum. Retaining Wall 
near drain completed. 1st Floor slab works in 
RK progress. Column raised upto 1st floor level. 
\ West Plaza : 
Cireuit House Entry Copping work in 
progress 
Tensile Structure foundation work in 
೨ 17.02.2022 [PCBS 
19 [Integrated Development of Kadri Park Area 12.00 9.07 18.02.2020 | 18.022022 East Plaza : 
Balavana Compound wall plastring work 
p in progress 
Seating and Planter Hox work in 
H progress. 
l ” Central Plaza : Road work completed. 
_ I ನ: 
| § Icuivert work, Retaining Wall Work 
30) Ruvenano not Kavoor Lake or Ramwatdr 8.00 6.94 27.82.2020 16.03.2021 30062021 [towards WestSide, Kund works in 
harvesting & recreation progress 


- 21 [Rehabilitation of Cental Marker 


Proposed for fore-¢closure subject to MCC 
clearance for PPP site. 


6.24 5.06 02.05.2020 02.11.2020 02.03.2021 


Road work completed for stretch of 
325m near Ayush Block, Road in front of 
Wenlock canteen & Physiotherapy Block, 
Additonal floor at exsting medicine block 


28 


Shuttle Badminton near Urva Market 


Upgradation of Wenlock Hospital - Infra works 06.06.2020 05.06.2021 06.11.2021 for TB & Leprosy Block completed. 
Compound wall & Storm Water Drain 
work ncar University Campus in 
progress. 

21.12.2021 [Ground Ftoor Slab Complcicd. is: Floor 

Upgradation of Mangata Stadium 02.06.2020 01.03.2021 | (As per EOT request [Slab reinforcement and Shuttering works 

received) in progress. 
Excavation for foundation Completed. 
UG Tank Construction Compteted. 

24 Jupgradation of Wenlock Hospital - Surgical Block 43.00 08.10.2020 | 14.10.2022 14.10.2022 ತಗ ofwe black 
Retaining Wall casting and Backfilling 
works in progress. 

Street Lights Installed 80 Nos out of 106 
Nos in Car a street, including cabling and 
termination works. 

Highmast pole decorative type 2 Nos 
installed and Completed. 

Retrofit Car Street & areas of Sri Venkatramana Bollards Installation on footpaths 

Ternple a5 Religious Zone 5.00 4.95 07.01.2021 06.91.2022 06.01.2022  [compiered. (207 No's) 

Krishna Mutt road conduit pipe laying in 
progress. 

Connector Koad fom NIG6 hear jeppu:t Mornns:'| 4995 49.95 18.03.2021 | 17.03.2022 17.03.2022 [Embankment and Retaining wall work in 

gate including construction of RUB rGEresd 

RESTORATION SCHEME FOR THE COLLAPSED 

PORTION OF THE EXISTING STONE REVETMENT OF] 19.50 10.50 25.05.2021 25.05.2021 25.05.2022 lLoA issued on 25.05.2021 

INETHRAVATHI RIVER BANK AND SSM JACK WELL 

Establishing Karnataka Urban Ubservatory & Centre 100 100 Funds transferred to KUIDEC 

lof Excellance at Bengaluru 

Construction of indoor Stadium for Kabaddlis 20.54 2107 13.08.2021 | 13.08.2023 13.08.2023 |Workorder issued on 13.08.2021 


SD Toul 5 


TE PECs 
: ETN CTE ಮ 


—— 
ESPEN ವಿ ಗ ಮ - ಹು ಫಾ 
SCP Cosi |< -£. Present SUtus Snes Sele 


ಹಾಸಿ : ನ 


1 [Command and Control Center - Stage 2 


Integrated evelopment of Kadri Park Phase-l! 
Package-B: Providing Automatic Irrigation system 
with Planting, granite pergolas and Street light and 
electrical upgradation work. 


Conversion of Existing 11 KV HT/LT overhead lines 
lof 11 KV Botara and Mangaladevi feeders, emanating 
From 33/11 KV MUSS Nandigudda into UG Cabling 
system at Mangaladevi Temple road and New 
Monkey Stand road 


TCKUIDFC has in-principally approved the final DPR on 


30.00 30.00 03.09.2021 1 24.06.2021.Last date for submission of tender is on 

03.09.2021. 

Last date for subinission of tender is on 10.08.2021.Four bids 
4.50 4.50 10.08.2021 1 received.None of the bids are technically qualified.To be 

retendered | 
4.45 4.45 18.09.2021 1 NIF published on 31.08.2021 


Fy EE. Sub Total: CH tems AF 


HI38.95 eA 38,95 pL 


EN ಬ 
iV. DPR/FR stage 
; kre Gained 3 oPR approval “Tentative Dare| ee EL 
© DPR Cost ;1f& pp ac sy. Present Status «Te 7 ed 
[BAL date +] of Tendering | 5 rel ನ ಸ 


City survey site inspection along with Revenue Inspectors. 
Village Accountants, City Surveyors and MSCL officers has been 
conducted. [de nrification and updation of government land 
along the riverfront on the UPOR Map is completed hy UPOR 
officials. 

DPA preparation in progress. 


I Completed Projects 
7 ರಾ R ಕ್‌ 
SINo Name of the Project scP Cost | DPRCost Completion |: Actual Date of Present Status 
“Comptetlon Na 
Nill - 
2 Sub Total -A » A 
- ll. Ongoing Supe 
pe ” § K Date of _ K 
siNo | Name of the Project Work Order | Completion | Probable date of | Present Status 
Ks RN , *° date as per Comptetlon 
- contract K N 
SS NS 
Agreement with Govt buildings signed 
” only for 705 kW out of 1288 kW. ESI 
Hospital, MCC Building, Town Hall & 
MCC Building at Mallikatte has bcen 


commissioned. KEDC building panels 
7.08 7.08 WO: 30.07.18 30.04.2021 30.04.2022 have been erected. ZP Building, Pitikula 
|& APMC work yet to start. 


lnstallation of Rooftop Solar on Government 
Buildings in ABD area -Phase 1 


Revised LOA was issued on 29.06.2020. 
BG has been received from 
iConcessionaire on 04.01,2021. Final 
[Architectural plan has been submitted by 
79.05 79.05 oA: 07.11.18 01.09.2024 01.09.2024 Concessionaire.The same has been 
forwarded to Town Planning 
lsection,MCC & MUDA for 
lapproval.Concessionaire Agreement 
signed on 25.08.2021 


Development of MLCP with retail space near 
Hampankatta function 


LOA has been issued to the Contractor on 


03.07.2020. Demonstration completed. 
Coniraci Agreement is signed on 
24.02.2021. ICE Agreement is signed. 


The files have been handed over to MCC. 

Survey Work in progress. 

LoA issued on 28.10.2020. BG & finat 
architectural plans yet to be submitted 


by the Concessionaire. Notice & 


3 [Conversion of Street Lights te LED 62.63 62.63 LoA: 03.07.20 24.10.2021 24.10.2021 


Redevelopment of Central Market along with Fish reminder for non submission of BG and 
Market p 8 114.03 114,03 LoA:28.10.20 | 01.09.2024 01.09.2024 [sign and drawing sent an 31.07.2021. 

Sub Total -B 262,79 26279 [| - 5 R 

il. Tendering Stage 
- pp ಳ್ಸತ ನ J 
} v5 | LastDateof 
Name of the Project SCP Cost | DPRCost” | Tentative Date |,” Bid” | Present Status 
- ee 2] yc] Sibmlssion ” - K p 


- _ CS 


Tender (Catl 3) Notification was published on 16.04.2021. Last 


Integrated Transport Hub (Integrated Hus Verminal 16.04.2071 | 27.05.2021 [date for submission of bid was 27.05.2021. No bids received. 


with Retail mall and Recreational Center) 


Sub Total -C 445.00 


445.00 445.00 


445.00 ನ ಸ 
IV. DPR/FR Stage 


pS 


ನ 
DPR Approvat 
Date 

Ww 


Name of the Project H Present Status 


Sub Total -D 


TOTAL PPP (A+B+C+D) 


Devilopment ಗ್‌ ಧಾ park (No 7)in 


ಮ 
ಮಲಿ 


ERT 


1 IShivamogga 045 12.02.2018 | 27.08.2018 | 28.02.2019 Work Completed 
Providing infrastructure for development of smart | 

2 library 0.22 14.11.2018 | 14.03.2019 14.03.2019 Work Completed 
Development of SMART LIBRARY ICT interventions 4 

3 [libraries and 11 School 4.96 4.38 11.09.2019 | 17.12.2019 17.12.2019 Work Completed 

N } 

4 |Pevelopment of Vinayaka Park 0.60 059 18.02.2019 | 17.08.2019 07.01.2020 Work Completed 

5 |[Pevclopment of Family Welfare Park 193 172 14.11.2018 | 12.08.2020 13.02.2020 Work Completed 

6 [Development of Conservancies in Package-1 1.37 133 18.02.2019 | 24.08.2020 25.02.2020 Work Completed 

7 [Supply Installation, Commissioning and Operation & | 244 202 | 23-12-2019 | 30.06.2020 30.06.2020 Work Completed 
maintenance of Digital Display Boards 
Supplying and installation of Furnitures to COVID419 | 5 95.08.2020 | 05.09.2020 21.09.2020 Work completed on 21.09.2020 
Hospital in Super Specialty Hospital of SIMS 
Development of Conservancies in Package-2 01.11.2020 | 25.06.2019 21.09.2020 Work completed on 21.09.2020 
Nehru Stadium Beautification 05033018 | 04.12.2018 07.12.2020 Work completed on 07.12.2020 
Development of Masthambika temple park (Park 03) 

11 [in Shivamogga City 26.12.2018 | 08.07.2019 04.12.2020 Work completed on 04.12.2020 
Smart Education in Govt Schools - Pan City (35 

12 school) 681 30.05.2020 | 01.01.2021 23.12.2020 Work Completed on 23.12.2020 © 
Development of Parks Kote Road, Sheshadripuram, 

13 ne nagar. DC compound, Mission Compound 173 1.68 18.02.2019 | 02.09.2019 31.12.2020 Work Completed on 31.12.2020 
Development of Parks Malleshwar nagar park, 

14 Balrajurs road in shivamogga city 2.50 2.09 25.06.2019 24.12.2019 31.12.2020 Work Completed on 31.12.2020 
Development of Freedom Multi Utility Space and its 
Partial implementation 12.05.2020 11.07.2020 28.02.2021 Work Completed on 28.02.2021 
Face-lifting to Riverfront Crematorium 08.01.2020 | 30.06.2021 31.03.2021 Work Completed on 31.03.2021 

ರ 

Procurement of medical Equipment's to District 
Heaton Family Weir Dapmment Shiamogga | TOO 0.88 30.12.2020 | 30.03.2021 30.03.2021 Work Completed on 30.03.2021 
Development of Conservancies in Package:3 4.82 26.12.2018 | 08.07.2019 15.04.2021 Work Completed on 15.04.2021 
Development of Conservancies in Package-4 01.03.2019 | 05.09.2019 12.04.2021 Work Completed on 12.04.2021 


Repair works in Govt PHC.Segehatti,Shivamogga 


Repair works in Govt Tamil School BH 
load, Shivamoy 


16.12.2020 31.03.2021 15. 


2021 


Work Completed on 15.04.2021 


31.03.2021 


18.04.2021 | 


Sub Total -A 


Smart Road from Ashoka Circle to Alkola Circle 


Work Completed on 10.04.2021 


Present Status HE. fr 
ಸನ ಭಲ” 


1 26.59 24.03.2018 |} 23.02.2019 30.09.2021 Workin Progress 
Development of Smart road in package 1, Area 

2 [between BH road Savalanga Road, Kuvempu road, in | 657 02.02.2019 | 02.08.2020 31-03-2022 Work In Progress 
Shivamogga City. 
[Area between Jai Road - Kuvempu Road- Savalanga 

3 [Road - 100° Ring Road and Canal Front Road- 66.61 6156 18.02.2019 | 17.08.2020 31-03-2022 Workin Progress 
Package 2a 
[Area between Jail Road - Kuvempu Road - Sagara 

4 [Road - Canal Front Road: Package 2b 100.07 95.88 12022019 | 11082020 31-03-2022 Work In Progress 
Area between Savalanga Road - 100° Ring Road « 

5 |Balaraj Urs Road- Package 3a 58.22 54.89 18.02.2019 | 17.08.2020 31-05-2022 Work In Progress 
[Area between Savalanga Road - Balaraj Urs Ruad - 

6 [River Front Road - BH Road - Package 3b 94.96 8995 18.02.2019 | 17.08.2020 30-04-2022 Work In Progress 


SS 


Last Mile connectivity using Cycle track and Footpath 
- Development of Inner Ring Road from Laxmi talkies | 
. 8421 08.2019 | 16.02. 31-03- ' s 
7 [netion tw NT Road (75 kre) 90.00 1408.2 2021 3-2022 Work In Progress , 
g |Pevelopment of Heritage Walk / Village 15.60 1291 14.08.2019 | 13.07.2020 31-12-2021 Work In Progress 
Package-5 Redevelopment of Conservancy lanes in 
k ದ | ds f 
9 |Bapu}i Nagar, Basavana gudi and Durgi gudi areas i» | 1209 9.60 20.12.2019 | 30.11.2020 30-11-2021 Work In Progress 
Shivamogga City. 
10 [improvement of hole bus stop 075 ೧58 18022019 | 18082019 50-11-2057 Work In Progress 
11 |Cemal Redevclopment-Phase-1 (Rs.11.00 Cr) 1171 10.59 18.12.2018 | 25112019 30-09-2021 Work In Progress 
Riverfront Development- Infrastructure works; 
12 ರೀಟ bridge, River front promenade, etc- North] 3099 | 19322 14.08.2019 | 16082021 30-06-2022 Work In Progress 
Centralized Architecture (DC,DR setup by MSI at 
y Work takenup | Work takenup | Worktakenup by 
13 |KMDS-SDC) 11.50 1220 rc | taken Work In Progress 
Development of Physical infrastructure( interiors, 
HVAC, 2 ti 2 
14 C, and others) for setting up of Command and 3.10 256 21.12.2018 | 20.06.2019 30-08-2021 Work In Progress 
control centre 
Wildlife interpretation centre with science park 
15 [(Turnkey) 10.00 858 31-12-2019 | 30.06.2021 30-06-2022 Workin Progress 
Conservation of Heritage Building - Govt School 
16 [decent to Karnataka Sanga and other buildings 5.00 3.58 30-12-2019 | 30.06.2021 18-07-2022 Work In Progress 
(Turnkey) 
Conservation of Heritage Building - Corporation Main 
17 [Building (Turn Key) 3.00 2.00 30-12-2019 | 30.06.2021 28-11-2022 Work In Progress 
Restoration and Adaptive Re use of Shivappa Nayaka , 
pM A .. 11. -11-2019 911. 31-03- 
18 [ce Prone (DEO MT baci Tanke set 15.50 168 29-11-2019 | 29412020 1-03-2022 Work In Progress 
Providing Smart Bus Shelters & &- Toilet for PAN city 
19 |(61 nos) 18.50 10.80 10.03.2020 | 09.12.2020 31-12-2021 Work In Progress 
Devclopmentof Corporation Park (Park 17) in 
20 [Shivamogga City 440 4.40 09.03.2020 | 12.02.2021 31-12-2021 Work In Progress 
21 |Cstruction of MLCP with commercial complex 30,00 22.05 06.03.2020 | 31082021 21-05-2022 Work in Progress 
22 {SUeetArt in the selected locations across the city 1.00 0.52 29.06.2020 | 28.10.2020 33-10-2021 Work In Progress 
23 {Modem Police informauon/ Tourism kiosk 5.00 12] 19.06.2020 | 18.12.2020 30-09-2021 Work In Progress 
Construction of HAWKER'S ZONG with taxi/ auto Work Order Issued on 0107.2020.Work yet 
24 [stand (Integrated bus teminal} 15.93 1241 01.07.2020 31.11.2021 31-03-2022 be started. SUDA Approval for landuse change 
is awaited 
Appointment of Sysytem Integrator for 
25 [Implementation of ICCC and other ICT interventions | 50 66 183 25082020 | 17052021 19.11.2021 0 issued on 25.08.2020.Survey work Under 
for Shivamogga Smart City Progress 
Improvement and Beautification of Private Bus 
26 [Terminal 7.00 5.47 16.09.2020 | 10.09.2021 06-09-2021 [Work Under Progress 
- - - Projcct akenup under Advisory 75 guideline 
27 |Balance workin the Pirst floor of Super specialty 4.50 450 24.09.2020 | 15.06.2021 02-12-2021 Jor SCM, MOH&UA MoU signed ith SIMS on 
hospital of SIMS 
24.09.2020 
28 [Noga Bhavana and other amenities 490 3.62 09.11.2020 | 30.06.2021 31-12-2021 [Work Under Progress 
29 een Urbanization at selected Places in Shivamogga | 792 246 22.10.2020 | 30.07.2021 30.09.2021 Work in Progress 
ity - 
30 [Public Bike Sharing(3.19 cr SCM+12dcr PPP) ET) 309 0320 | 30112021 30.11.2021 |WorkUnder Progress 
31 [Pevelopment of park near Country Club 3.7 3.70 10.08.2021 | 31.07.2022 31.07.2022 LOA issued on 10.08.2021 
a. SubTotal: B~ 2 PAR 
HL Tendering Stage 
| Tender Cat" Waki oiler 
Tender issued.Opening of Technical Bid is 
. 0 08.2021 - 
(RNS/DNA) for VDL Shvamogga 0.35 35 | 27 on 15.092021 
OO * SubToel-c' 035” 035” N NW ನ _ 
1V. DPR Stage/FR Stage 
Sl. No. Name of the work SCP Cost .| DPR cost | PPRApproved Tene Prdsenit Status - 
1 Nehru Stadium Existing Sports facility upgradation | {30 13.00 Tey to bo NA To be retendered. Final DPR under Preparation 
Approved 
Development of Sports Facility at Sahyadri College N Tey to bo 
2 [Limitsof Kuvempu University, Shivamogga under | 20.00 20.00 Nea NA DPR under Preparation 
Khelo India Oo Pp N 
EN I Tey to be - 
3 [Raising of of Check Weir across Tunga River 23.10 23.10 Y NA DPR under Preparation 
Approved 


WR wPUBLIC-PRIVATE PARTNERSHIP:(PP 


Date ok: 


ee 


MEAN TAT ic E0 005] 


system . 03.06;2020 12.06.2020 26.07.2021 


Public Bike Sharing(3.19 cr, SCM+1.24 cr PPP) R - 05.12.2020 30.11.2021 30.12.2021 


Design Supply, Installation Commissioning, 
Operations and Maintenance of Solar Photovoltaic > 
Systems on Pump House & Roof Tops of Govt. . . Project Dropped 
Buildings On-Net Metering-basis’ ~~: ij: | Gl Sle ಸ 


Solar on Canal t A > Under tender Stage 


pr 3 TumaliruSmart ay Limlicd 
FRR 


pe. 


1. Completed Projets 


| 
P 2 ಸ eR TT 
1" ; ಖು 
nH tpateof sf 23d 5 
Sl; Name ofthe Project _ § te’ | Completion 25 Actual Date or ' 
ಗ 1 ಲ್ಯ y ಲ Completion” 
L per contrict 
RN WU ಸಹ ಕಾವಾ ಸುನ: ಹ $ "pe Fe ಜ್‌ BH 


Dredging, Desilting, Lining, Restoration & Reclamation Works of [Physical Progress 


1 039 0.389 Work enstrusted to KRDL [Work is completed. 
Upstream Feder Channels Work completion date: 10.12.2017 
Physical Progress 
2 [construction of Smart ¢-Toilets 0.17 0175 210.2017 | 27022018 | 27022018 [Project Completed & inaugurated on 02-03-2018. 


Work completion date:27.02.2018 


Physical Progress 
15.06.2018 | 25082018 | 25.08.2018 [Workis completed. 


Intermediate Para transit Sunds (Auto Stands} 2 No's 0.04 0.038 
Work completion date:25.09.2018 
Physical Progress 

‘Tree Plantation Under HT Line 0,55 0.407 09.03.2018 09.09.2018 09-09-2018 [Workis completed. 
Work comptetion date:09.09.2018 


Physical Progress 


$ [Redevelopment of Siddaganga Bus Shelter 0.08 0.068 22.06.2018 22.09.2018 22-09-2018 |Workis completed. 
Work completion date:22-09-2018 
Physical Progress 


Smart Park- Tumakuru University Park- (Civil) 0.62 0.617 08.11.2017 07.07.2018 30-09-2018 [Work is completed. 

Work completion date:30.09.2018 
Physical Progress 

Fund Transferred to KUWS&DB under AMRUT [work is completed. 


Contribution towards improvement of Water Supply Scheme 
(under AMRUT) 


Physical Progress 
nstrusted to Forest Dept. Work has been completed. 


avAmanlkere Work completed 
Physical Progress 
9 [Smart Lounges & Information Kiosks at Amanikare Lake basin 030 11.10.2017 | 10092018 | 0109208 Jworkis completed. 


[Work has been completed on 01.09.2018 
Physical Progress 
26.10.2018 | 30.11.2018 |[workis completed. 


Work Completed date 30.11.2018 


Physical Progress 
11.08.2018 | 24.11.2018 [Work is completed. 
Work Completed dave 24.11.2018 


Physical Progress 
20.10.2018 24.11.2018 |Workis completed. 

Work Completed date 24.11.2018 

Project is implemented by KUIDFC Work completion date: April 2017 

Work of path way 2 Completed. Path way & is 
22.01.2018 24.11.2018 05.01.2018 [redisgncd as separate projec 


Development of Nursery for afforestation and green buffer zones| 0.496 Work e: 


15.06.2018 


10 [Construction of Toilet Block at NCC Campus 


[6KW centralized Off-Grid Solar Power Plant with LED based 
11 FE 0.40 
Solar street lighting system 


— lt 


12 [Providing Toilet Block at PU College 0.14 0.101 11.06.2018 


08.06.2018 


13 Apportionment towards GIS Software with KUIDFC 


Pedestrian Environment improvement & Public Place making at 


14 Fs 
[Gove PU Colegs: Precinct Work Completed date 05.01.2019 
A project funded by TUDA taken-up under 
15 [clearance of 05 natas of Amanikere 12.07.2018 | 18.12.2018 | 04012019 Jconvergence. Clearance of Naatas is completed. 


Work Completed date 04.01.2019 


Installation of Sanitary Napkin Dispenser & Incinerator (at 
Empress High school/ PU college 


27.12.2018 16.01.2018 16.01.2018 [Installed 


Physical Progress 
[Work is completed on 22.01.2019 

[osm is in progress. Hence payment will be made 
for O&M period. 

Work order issued on 24012015 

Physical Progress 

Work is completed. 

Plantation around Amanikere lake 0.64 0.64 Work enstrusted to Forest Dept. LEE 

Work Order tssucd on : 22.10.2018 

22.10.2018 | 04032019 | 04032019 [Duration of Project: 4 months 

Work Completed on 04.03.2019 

Work order issued on:28-12-2018 

Work Completed on 07.06.2019 

Work order issued on :28-12-2018 

work Completed on 07.06.2019. 


150 KW-off-CGrid Sotar Photo Voltaic (SPY) System at GOVT.PU 
Coitege 


13.07.2018 22.01.2019 22.01.20;9 


Smart Lounges - Furniture part 0.14 0.11 24.01.2019 23.02.2019 10.02.2019 


Smart Parking at M.G Road Conservencies - Civil Part 


28.12.2018 07.06.2019 07.06.2019 


Smart Parking at M.G Road Conservancies -1T Part 


28.12.2018 04.07.2019 07.06.2020 


Upparahalli Flyover Under Space Development 


Work Order issue Date: 07-08-2018 
Duration of Project: 3 Months {5 years 0 &M) 
06.11.2018 { 05.11.2018 [Plantingof hedges on major roads such as Kotitopu 
road, Amanikere Road Shetrihatti main road, 


Plamation on Medians 0.849 07.08.2018 


Kunigal Main Road, BH Road has been completed. 
Interior works for Integrated City Management Command & ನ Work order issued on 06.03.2019 
ky .03.. 05. 07.2019 
2 contro! Centre in Town Hall Building in Tumakuru ಸಸಂ W368 | REALTOR || ISISLIE Work completed on 29.07.2019 
್ಯ Work order issued on 14172018 
selection of Agency for Operation and Maintenance of Smart , Work Completed on 22.08.2019 
, X 12. 04.201 4,04.20 
2 puis al Ainanikore AT Part 0.96: 034, OSE TS ME reicinletedl 
0 &M is going on. 
Work Order Issue Date: 15.10.2018 
| Duration of Project: 2 months 
isupply. installation of Litter bins, roller containers and sign ಮ stated 48 Bins in various locations. 
\ 2 
26 fpoard 237 03೭ 15.10.2018 | 15012019 | 14012019 |p jis shortclosed as the identified locations 
will be unter construction of Smart Road & road 
shoulder improvement project 


ವ p Work Order issued on 02072015 
27 [Supply of UAV systems (Dronc Procuement) 0.25 0.25 02072019 | 20082019 | 22082019 [ne Supplied on 22082019 


Work Order Issue Date: 15-06-2018 


28 [sports facility Center at PU College 041 0.372 15062018 | 22082019 | 22082919 [ry completed on 22082013 
_ § [Work Order Issued on : 23.11.2018 
[Work Completed on 15.08.2019 
29 [Intes ited City Management Control Centre (CMCC} 39.25 47.16 23.11.2018 | 23112019 | «15082019 {Hardware related to ICMCC has aiready delivered. 
“ i [ATCS implemented in One junction. Civil work for 
lccTv, Signanilling and VMS completed. 
Estabiishenent and Operation of Teacher resource center and Work Order issued on 13.05.2019 
30 [spudent resource center in Tumakuru City 023 0.16 13.05.2019 | 03102019 | 220820 [0 completed on 22.08.2019 
Work order issued on 04.01.2019 
31 [Digital Library Solution 1.63 171 04.01.2019 | 19082019 | 28082019 [Work Completed on 28.08.2019 
implementation Corpleted. 
selection of Agency for Establishment of Smart Classrooms at Work Order Issued on 22.07.2019. 
32 itterent Govt. Schools/Colleges of Tumakuru. 0.65 0.70 22.07.2019 | 34082019 | 31082019 [oy Completed on 31.08.2019 
| ಮ R Work order Issued on 24.01.2019 
33 [Signage & Legibility- Digital Display Boards (at 3 locations) 100 0.486 24012019 | 19432019 | 03092019 | ry Completed on 03.09.2019 
SHecion of Agency for establishment of digital classrooms, ICT - R 1 
34 [lab and language labs at Govt. College and schools of Tumakuru, | 235 225 05032019 | 15092019 | 15092019 (WOK onder sued 05.03.2019 
i) Work Completion an 15.09.2019 
- - Work order issued 06.03.2019 
45 [Constrnction of Skill Development Centre for NCC Cadets ಹ 0.327 06032019 | 11102019 | 1110209 [py orpCompleisn ou 11.10.2019 
ಮ ಗ ” Work order issued 06.01.2020 
36 [Firing Simulator for NCC Building - IT Part 0.11 06.01.2020 | 18052020 | 18052020 [rk Completion on 18.95.2020 
Supply, installation of Furniture & Elecuical work of DING for Work order issued 02.08.2019 
3? |pHC -Tumakuru. 0.13 0.13 02082019 | 01092019 | 31082019 [pry Completion on 31.08.2019 
| | Work order issued on 17.01.2019 
38 [Development of Smart Bus Shelter - Phase 1 (5 locations) 0.44 0.38 17012019 | 15082019 | 15082019 poy completed 15082013 
Supply and installation of Smart Poles at different places i Work Order issued on 2.072019. 
39 PP | 102 1.03 22072019 | 21102019 |} 25102019 [Cppted on 25102019 
40 [Science Theme Park at Amanikere Lake 0.49 039 22072019 | 16112019 | 16112010 |WoTKorder issued on 22072019 
Completed on 16.11.2019 
procurement and Installation of 5 no of outdoor Gym equipment | M [Work order issued on 22.07.2019 
$1 |g childern play equipments at different locations in Tumakuru 0.81 032 2207209 | 16112009 | 16412019 | pieced on 16.11.2019 
Work enstrusted to Horticulture Department. 
42 [Development of Parks - TCC Premises 0.176 31.08.2019 | 30112019 | 30112019 |workorder issued on 31.08.2019 
Work competed on 12.12.2019 
Work enstrusted to Horticulture Department. 
43 [Development of Parks- Siddarameshwa Extension park 0.199 04.09.2019 | 04.12.2019 | 12122019 |Workorder issued on 04.09.2019 
Work completed on 12.12.2019 
0.75 
Work enstrusted to Horticulture Department. 
44 [Development of Parks: Septhagiri Nagar park 0178 04.09.2019 | 04.12.2019 | 12122019 |Workorder issued ou 04.09.2019 
[Work completed on 12.12.2019 
Work enstrusted to Horticulture Department. 
45 [Development of Parks- IB PWD park 0.195 21.10.2019 | 20012020 | 12122019 |Workorder issued on 21.10.2019 
Work completed on 12.12.2019 
Wu N Work order issued 28.02.2019 
46 [Digital Nerve Centre 427 427 28.02.2019 | 19.10.2019 | 19.10.2019 [Physically work is completed. 
| presently, DINC is undor 08M, 
Work order Issued on 10.07.2019 
47 [Development of Parks - Kuvempu Nagar - Ward No:21 039 034 10672013 | 09102019 | 01032020 [ory Completed on 01.03.2020 
F | [Work order issued on 10.07.2019 
48 [Development of Parks - SS Puram - Ward No:25) 031 0.29 10072019 | 09102019 | 01032020 fy Cred on 01032020 
Work order issued on 10.07.2015 
49 Development of Parks - Adarsh Nagar - Ward N:20 091 0.74 10072019 {| 10102019 | 05032020 [jor Completed on 05.03.2020 
ಮ - ; Work Order issue Date: 17.07.2018 
50 (hddttional Class rooms Block at PU College 123 0.88 17072018 | 28082019 | 01032020 [0p completed on 01.03.2020 
ಮ [Work Order issued on 25.06.2019 
51 |Solar Paneling of Glass House 45 2.93 25052019 | 24092019 | 29042020 {er complored on 29.042020 
R [Work order issued on 13.06.2019 
52 [intermediate Para Transit Stands - Phase 2 005 0.04 13062019 | 12092019 | 15952020 | rk Completed ou 15.05,2020 
ಮ Work Order issued on : 23.11.2018 
53 [Development of Field Marshal Cariappa road as Smart road 7.90 429 23112018 | 22112019 | 10952020 [yj0ry completed on 10.06.2020 
intervention and Additional improvement for 24*7 Water | 
y Work Order issued on 24.05.2019 
54 [Supply (SCADA system (KUWS&DB))- Filing of Hemavathi 18.61 18.61 24052019 | 23052020 | 10062020 [york Complered on 10.06.2620 
water to Amanikere 
Construction of Boundary Wall and chain link Fencing with MS 
wh " F Work order issued on 22.07.2019 
55 K 07.2 .04. .. 
ಪಾಟ provision for cameras & Lighting around Amanikere 5,00 3.47 22072019 | 21042020 | 10052020 [po Completed on 10.06.2020 
R | F [Work Order Issued on: 23.11.2018 K 
56 [Rejuvenation & Up gradation of Ring Road 68.40 58.96 23112018 | 22112019 | 25062020 {por comploted on 25062020 
ಮ § . Work Order Issued on : 02.06.2020 
57 [Locked Hous . . .06. .೦7. .07. 
Locked House Monitoring System (LHMS) 0.25 0.22 92062020 | 15072020 | 17072020 | rk Completed or 17072020 
೩ pc Work Order Issued on : 20.03.2020 
58 2 2 20.05.202 07. 
(Gym equipments procurement for SFC ate Govt PU 0.45 0.42 20.03.2020 0.052020 | 20072020 [york Compiered on 20.07 2029 
- - Work Order Issued on : 04.06.2020 
59 2 ; 0. , 06. 07.202 .೦7. 
Furniture for additional classroom to Govt. PU College 04 0.05 04062020 | 04072020 | 20072020 | ry Completed on 20072020 
ಮ Work Order Issued on : 12.12.2019 
60 1 ks- 0. 6.4: 12. .04. .07. 
60 [Development of Parks - Amarajyothi Nagar 49 9 12122019 | 24042020 | 22072020 [york Complore on 22072020 
ನ | Work Order Issued on : 03.10.2019 
61 - .. ,. .10.. 04.202 .07.: 
Development of Parks - Sapthagiri Extension 0.57 0.52 03102019 | 24042020 | 22072020 [yy Completed on 22072020 
Work Order Issued on : 03.10.2019 
62 ] - 0.55 10.2019 ೦4 04. 
Development of Parks - Jayanagar 0.55 03.10.201 16042020 | 22042020 [ory Completed oh 22.07 2020 
Development of parking at 7 conservancies at SS Puram roadis ih Work Order Issued on : 03.09.2019 
63 y .09.. 03. .07.. 
 |rumakuru 140 130 03.09.2019 | 18032020 | 22072020 [14 completed on 22.07.2020 
Construction of additional classruom - New buidling at Govt. PU Work Oriler Issued on : 19.07.2019 
64 [ [} 07. ೦7. 3.07: 
college 100 77 19072019 | 18072020 | 23072020 | completed on 23.07.2020 
R R F Work Order issued on : 17.112 
65 [Development of Banyan Tree Boulevard 0.99 0.88 17.11.2018 17.09.2019 05.09.2020 Wok ET 
Work order issued on 07.02.2019 
66 \Intelligent Transport System 6.00 469 07.02.2019 } 06.08.2019 | 01.09.2020 |Work completed on 01.9.2020 


Presently under O&M Period. 


Work order issued on 27.04.2019 


67 JAffordable Housing at Mariyamuna Nagar 10.00 140 | 27042015 | 25102020 | 02692020 [rk 8S 
Work order issued on 03.10.2015 
5 - Mahala ; ; 10.2019 0.04. 09. 
68 Development of Parks - Mahalakshmi Layout 0.45 0.42 03.10.201 20042020 | 02092020 [ಲಾ ತ 20) 
- Work order issued on 03.10.2015 
- Gokul Extens . [; 10. .04.2020 09. 
69 [Development of Parks - Gokul Extension 0.50 0.45 03.10.2019 | 20.042 02092020 [ನ 
Work Order issued on 12.12.2015 
70 [Development of Auto Stands - Phase 3 0.10 008 12122019 | 12932020 | 29052020 [ರೀ ರಾಸ ಟಗ 1220 
- Work Order issued on 30.10.2015 
1 in i & 10: .05, 09, 
71 |Constrcution of 107 PIS boards at bus stands in tumiur 0.99 0.79 30102019 | 02052020 | 24092020 ಗರ ಅಟ 2 
Work enstrusted to Horticulture Department. 
72 {Development of Parks - Island [02] tree planation at Amanikere | 020 0.197 | 04092019 | 03032020 | 24.09.2020 |work Order issued on 04.09.2019 
Work completed on 24.09.2020 
Work order sued on 27042075. 
y es | 

73 [Smart Road Package-3A (Ashoka Road and DC Road) 2119 196 27042019 | 26042020 | 30092020 [ರಂ ಬರೆಂ 2700] 

- 20 Work Order issued on 14.06.2015 

74 [solid Waste Management (1EC) 026 0.14 1406209 | 13062020 | 30092020 [ರರ ರ 

F ಸ Work order issued on 20.06.2020 
s dNo11)atT : y .06.2 20 12. 

75 Repair work of Private Bus Stand (Ward No 11) at Tursakuru 0.26 021 20062020 | 19212020 | 30222020 ಗ್ಯ ಪಲಕ ಪ ಗರ 
Procurement of Medical and other sauipmenrs for RETPER GD Work Order issued on 17.08.2020 

75 [at District Hospital for COVID'19 Testig. 00591 | 08591 | 17082020 | 28102020 | 28102020 [ completed on 28.10.2020 

WO issued on 27.12.2018 
[Work completed on 26.11.2020 

77 1 Women T k h . . 7.12. 03. .01.2 

Development of Women Theme Park at Uparahalli 0.94 0.68 27122018 | 26032019 | 30012021 | fork comp sted on 26 112020 si 
[completion of milestones to contractor. 

76 Procurement of IT Hardware to Tomakuru Cy Corporadon es ನಾ 30062020 | 30122020 [Procurement ok IT hardware componer& 
(TCC) for E- Office . completed 
Replacement of street lights into LED street lights in Solid Waste Work order issued on 20.06.2020 

7° Management unit at Ajgondanahall, Tumkur 4s 0.11 20.06.2020 | 10102020 | 15122020 [ek completed on 26.11.2020 
Installation of 02 nos of Borewelis and putaps in Solid Waste Work order issuicd on 20062020 

80 [yanagement unit at Ajjagondanahali, Tumkur gi sl 20.06.2020 | 10102020 | 15122020 [yy completed on 26.11.2020 

” E Work order issued on 25.08.2020 

81 [Purchase of ALS Ambulance to New Trauina Centre 0.540 0540 | 25082020 | 24102020 | 30122020 |W ER 

ಸ FN Supply Order issued on 05.09.2050 
82 ರ ಫ noon ಫಂ 0.210 0.210 05.09.2020 | 05102020 | 15.12.2020 [Duration :07 days 
58 sl K K [Work completed on 26.11.2020 
Repair works of Angnnwadi Censors in Tumakiire Cig Work order issued on 20.06.2020 
3 [corporation timits, Tomakuru 43 84 S202 8 10122020: || 30122020" [Fl compl SIE 122020 
Development of Two wheeler parking a FMC Road Conservancy [Work order issued on 21.03.2020 

© [on street Parking Lots 2೪ 04 S00 | ABT 730122020: Jor compl ua AB 15020 
Development of Kumtaial Park in IDSMT Iayout& Unni Work order issued on 26.05.2030 

$5 krishnan Park in Sadashiva Nagor 146 140 BSS | 20212020 I0NE2020 jor complies or 1712 2020 
Development of Madhuvana park, Shivakamara Swami parE Work order issued on 15.05.2050 

86 [peverayanapatna park in Tumakuru 37 1 SSO IH2O20 [30122020 | comet oN 
Installation of CCTV in Solid Waste Management unIcaT Work order issucd on 20.062026 

87 [1 jjgondanahall, Tumkur. Ss ಹ EOS 10102020 F30122020° Wonca plotsd of 16122020 
Construction of Administrative Office at Solid Waste - _ Work order issued on 20.06.2020 

58 [ygnagement unit at Ajjgondanahalt, Toki 0102 ಫಿ ETS 10102020. | IU I22020 ok combed di 18D N20 
Construction of Macadam Around the ner compound wall in 5 Work order issued on 22.07.2020 

89 solid waste managoment unit at Afjgondanahatl Tumkur. ಹ 0109 SER 1N20205 1 I0122020, ek comes dL 8D 020 

y y Work Order issued on 27172075 
Phas ; ( u- 0120 .01. 

90 [Public Toilets - Phase 2 0.74 085 | 27132019 | 15012021 | 150120 [kode sued m2 1120 
Utilization of Impounded Waser in Tomalura Amanikere hy | _ 

91 [Pumping Water io the Existing SOMLD Capacitv WTP in 13.78 13.78 23.04.2019 23.04.2020 13.01.2021 {Work Order issued on 23.04.2019 
p | Work completed on 13.01.2021 
Supply of Uniforms fox Tomakuru Tiy Corporation | F Work Order sued on 15.11.7020 

2 |pourakarnuikas 91 908 S20) 12122020 | A1201202 [ci cole 01D 
Supply, installation aiid Erection of 65 wir hgh mast Flag Polen p 1 [Work order issued on 05.08.2020 

RT 1.060 102 ೧5೦82020 | 20102020 | 23012021 ಗಲ ಲ ವಗ 
Package - 6, Development of park in haath Negar (ward 7 

94 |n0.22) and Sanjeevini nagar, Kyathasandra (Ward n0.33), 0.960 0.77 03.08.2020 12.02.2021 12.02.2021 | Work order issued on 03.08,2020 

Work completed on 12.02.2021 
Tomakuru 
Development of parks at Batavadi (ward na 27, Pragath! | Work order issued on 26.05.2020 
; ಃ . 10.20 02. 
95 [Badavane & Yadava nagar ward no 29 in Tumkaurn 24 ಗ SLOTS] 25102020 | 228022021 mle elo 280201 
ನಾ - ಸ್‌ Work order issued 06537015 
96 [Energy Efficient Lighting (LED lighting for New extensions) 11.600 6.90 06932019 | 05022020 | 3103200 [52 
Creation of Lighting Infrastructure on the identified dark spot in Work order issued on 12.08.2020 
1 08. 31122020 03. 
97 [Bs wards coming under TCC jurisdiction in Tumakuru City. 4978 ಸಂರ NSA bE 31.03.2021 | rkcompleted on 31.03.2021 
್ಯ Work order issuedon 15045020 

98 |ICMCC Phase 2 1914 1937 | 15042020 | 16112020 | 30042001 [prods sued on 15020 
Package B- Developinent of Nethaii Park Ward Ne. 21 and other Work Order issued on 10.09.2030 

O° [parks inTumakuru : 4870 1451 | 10092020 | 30052021 | 0107202 [po completed on 01.07.2021 

y Work order issued on 04.06.2026 

100 [Construction of Compound wat 1n PU College 180 134 94062020 | 11052021 | 01072021 [pres on E0620 

Development of purk near Panchamukhi Extension | 
w P 01. 

101 |Antharasanahalli bypass (Ward No.2) and Development of Azad | 1510 127 07.01.2021 | 06.07.2021 | 15072021 Work nT NL20SL 
Nagar Park in Ashoka Nagar (Ward No.26) p. 4 
Development of Street vending zones a Kothichopu road near Work order issued on 2102020 

) . 10.202 19.05.2021 5.07 

192 [ss circle, Tumakuru Phase 1 0443 0330 2102020 9320 25072021 [0 completed on 2507-2021 

Construction of Multi-Dimensional Auditorium with Library and Work order issued on 31.05.2019 
. 353 ; 052 10.08.202 

193 [cass Rooms at Empress Covt. High Schoul/PU College 10:09 ಸ 1092019 30052020 0.08.2021 [rk completed on 10082021 
Package 4- Development of GSB Park in ward no. 11, WS 
Gangasandra, and Development of park in ward 0.27, Batawadi | Work order 1ssued on 18.08.2020 

y .08. 17.01.2021 | 17082021 

1 [$y No. 45/2, Gangorri Nagar Main Road, Near Warrier Bakery, 1360 111 289.202) ® 92 Work completed on 17.08.2021 
Irumakurt 
IPackage-5 Devetopment of Park in Municipal layout sy no 60/F ಹ ೨ 

> icipal layouit.sy Work order issued on 18.08.2020 

105 (Ware no. 25) and Hanyars Bhavana in Saraswarhipuram 2nd 1.170 096 18082020 | 17012021 | 17082021 |e ud 108207 

stage (Ward 10.28) Tumakuru P | 
; Work Order Issiicd 07055025 
106 Jshfuny of BESCOM IT line and other infrastructure in CSD-1 0.000 0.394 07.09.2020 13.01.2021 08202 ok Orde lssied 20; 


Work completed on 21.08.2021 


in Water Harvesting & Afforestation 


sniart Road Package-2 (6 roads - Mandipet Main Road, Mandipet 
1st and Znd Main Road, North Bus Stand Road(Gubbi Veeranna 
Ka ™andir Road), South Bus Stand Road(KSRTC Depot Road), 
[Bh.. Svan Mahaveer lain Road, FMG Cariappa road} 


Repair work required for 8 no's of buildings at Primary Health 
centre 


Development works at Vidyanagar Pump House 


Redevelopment of Ring Road - Phase 2 


Eee 


Py vSubTonl>-A wee 


Smart Road Package-1 (4 Roads - MG, [C, Horpet and 
Vivekananda roads. 


1 


36.88 


EEECTEN ETS 


1. OnGoi 
; E. 
> } 4 Work order; 


27.99 


4.22 


27.99 


23.02.2019 


28.02.2019 


13.11.2020 


29.05.2019 


g Stage 


Ae Date 


i 


41 


01.02.2019 


Work order issued 23.02.2019 
Work completed on 25.08.2021 


Work order issued 28.02.2019 
Work completed on 27.08.2021 


Work Order issued on 02.11.2019 
Work completed on 30.08.2021 


ಒನೆ ರಿಂ 015: 
Cemiplerici 


Work Order issued on 13.11.2020 
Work completed on 30.08.2021 


22.11.2019 25.08.2021 
27.02.2020 27.08.2021 
01.05.2020 30.08.2021 
14.05.2021 30.08.2021 
28.05.2020 31.08.2021 


EE 


31.01.2020 


ET 


.Probabte date 


EA Korg al 


23.11.2021 


Work Order issued on 29.05.2019 

Work completed on 31.08.2021 

The work order cost Is Rs.38.47 Cr. However as per 
[GMIS, inital days of portal it was insisting that the 
work order cost should be equal to SCM Funding 
Pattern. Therefore, the work order cost is matched 


with SCM Funding Pattern. Hence, Rs.52.50 Cr is 
reflected in GMIS & MIS now. 


ದ 


AT a 


ನ pe, ಬ 4 
work order issued 01.02.2019 
Physical Progress: 75% 

IC Road :- Footpath work is in progress 

IMG Road & Horpete Raod : - Finishing works in progress in 
Ihoth the roads 

Vivekananda Road :- Ducting Competed 

+ Preparation for DBM work is in progyess. 

Delay due t0 KUWSDB UGD ine construction, Gastinc work 
tw be compleied, BESCOM Cable laying work to be completed. 
[Delayed due wo COVID'19 work was stopped, Workin 
progress now. 

The wérk order cost ls Rs:24.08 Cr. However as per GMIS, 
intial days of portal it was insisting that the work order cost 
should be equal 10 SCM Funding Patera. Therefore, the work 
order cost is matched with SCM Funding Pattern. Hence, 
[Rs.27.99 Cr is reflected in GMIS & MIS now, 


ಮಸೆ 


Smart Road Package-3B{chammundawasheri,Dr. Radha 
Krishana , Belgumiba Road) 


Smart Road Package-3C ( BH Road) 


49.82 


47.72 


4445 


415 


06.03.2021 


05.03.2020 


30.10.2021 


[Work order issued 06.03.2019 
[Physical progress: 50% 

-- Radhakrishna road work completed. 

-- Belagumba Raod: 

- Ducting and Chamber work campleted from 
'Thammatah Hospital to NH 04 Road. (Chainage from 
[0930 to 1600) and draln work is completed. 

+ Construction of Pipe drain completed. 

- Both side Weunix completed and DBM laid. 

- Both side Parking andf footpath completed 

- Chalnage from 0+000 to 0930 drain work, ducting 
work and Road 

Formation work is in progress 

[Reasons for Delay in completion of Work: 

3) Encroachments in Chamundeshwari Road, Survey 
was Conducted by Tumkur City Corporation (TCC) and 
site clearance report is yet he Received rom TCC. 

lb) Permission by Forest Deparument for Shifting of 
Trees 

¢) Permission and Shifting of Electrical Uiilities by 
[BEscoM 

4) Delayed duc to COVID’19 work was stopped. Work in 
[progress now 


06.03.2021 


05.03.2020 


31.10.2021 


[Work order issued 06,03,2019 
Physical progress: 45% 

-- DBM Laying for ducting arca from Gubbi Gate to 
Badramma Choutry Circle is Completed. 

-- DBM & BC Laying at Caltex Cirele & Townhall Circle is 
[Completed 

-- Footpath work & parkig area development nearGubbi 
[Gate Circle to BG Palya is under progress. 

-- Missing link ducting work in progress 

-- Drain retrofitting and Saucer drain work In progress. 
.. SS Circle 10 Town hall circle finishing work is In 
progress. 

Dueto encrochment and non clearance. 

Delayed due to COVID’19 work was stopped. Work In 
[progress now 


MSI (Centralised Data Center at KMDS) 


30 


12.2 


Shoulder Improvement for Other than Sinart Roads 


Road Improvements in ABD area with Under Ground Ducting 
and Resurfacing 


Drone Survey 


108,92 


85.94 


08.03.2019 


09.07.2019 


28.05.2020 


07.03.2020 


08.01.2020 


22.08.2021 


31.03.2021 


Project entrusted to KUIDFC. 


Work order issued on 08.03.2019 
Physical progress: 30% 

-- In CS} Layout, SS Puram. Vinayaka nagar, 
Sharadanagar, KR Extention BT work in progress. 

-- In CSE Layout & SS Puram pavaers laying work in 
[progress 

-- In Mandipete area road formation works in progress. 
[Reasons for delaying work is duc to temporarily work 
was stopped by local public and representatives. 
ducting work stopped by DC sir and later given 
permlsslon to start work in CSI layout and SS puram 
only and also Duc to covid-19 work has been delayed. 
Workin progress 


Work order issued on 09.07.2019 

Physical Progress: 90% 

Physical survey not completed by agency. Hence, 
[Temination notice issued, 


city Library 


Business Incubation & Innovation Centres 


21.63 


25.62 


12.06.2019 


11.06.2020 


31.10.2021 


Work order issued on 12.06.2019- 

Physical Progress : 65% y 

100% Block work completed § - 
-- Internal Plastering work completed and externa 
Plastering work isin progress , 

-- Electrical work is in progress 

-- False ceiling workis in progress. 

-- Tiles works is in progress 

1) Delayed Due to clearance to cut trees from 
Forest Department.. 

2) Delayed due to COVID'19 work was stopped. 
Work in progress now 


Lake Bank Conservation & Erosion Protection (Amanikere Lake) 


32.00 


25.37 


31.05.2019 


30.05.2020 


30.08.2021 


Work order issued on 31.05.2019 
Physical Progress: 85% 

-- Pathway, culvert and hand railling work is in 
[progress 

Letter issued to contractor, advising "to speed up 
the implementaion of work, otherwise stringent 
Jaction will have to initiated to terminate the 
contract". 

Proposed to Levy Penalty of Rs 23,42,262 for delay 
in completion of milestones. 


Skill on wheels 


03.08.2019 


03.08.2019 


31.08.2021 


Work Order issued on 04.07.2019... 
Procurement of 1 vehicles from KSRTCis 
completed. And Bus will be delivered in a week. 


Trauma Centre 


(Development and improvement of Medica! Facilities in city 
merged with Trauma Centre) 


56.00 


41:43 


22.07.2019 


21.10.2020 


30.09.2021 


Work order issued on 22.07.2019 by the Health & 
Family welfare department. 
Physical Progress : 40% 

-- 1st floor slab concrete completed 
2nd floor siab & column work is in progress 
inishing work for basement & ground floor wor 
is in progress. 

1) Due to clearance to cut trees from Forest 
Department.. 

2) Delayed ‘due to COVID'19 work was stopped. 


11 


Integrated Bus Terminal Redevelopment 


100.00 


86.56 


03.10:2019 


02.10.2021 


16.01.2022 


Work Order issued on 03.10.2019 

Physical Work; 20% 

Footing & Column work is in progress. 

Delayed due to tree cutting dd Shifting of 
Electrical utilities. 

[And due to COVID'19 work was stopped. Work in 
Progress 


[Construction of Sports Complex at MG Stadium 


53.00 


54.64 


11.09.2019 


10.09.2020 


30.09.2021 


Work order issued on £1.09.2019 

Physical Work : 75% 4 
Out of B viewer gallary, 6 are completed and other 
2 are in progress. 

VIP, Admin block and PH Gallary work is in 
progress " 

[Sports complex finishing work is in progress 
Delayed duc to tree cutting of trees by forest 
department. 

[And duc to COVID‘19 work was stopped. Work in 
[progress now 


13 


[Construction additional classrooms on existing old building 


2.50 


25.10.2019 


06.11.2020 


30.08.2021 


Work Order issued on 25.10.2019 
Physical Progress : 85% 

Painting and water proofing work is in progress 
Delayed due to COVID"19 work was stopped. 


Construction of Tunnel walking and Yoga retreat in Amanikere 


4.00 


1.67 


27.12.2019 


19.07.2020 
4 


31.08.2021 


[Work Order Issued on 27.12.2019 

Physical work : 85 % 

-~ Tunnel work completed 

~ Yoga retreat platform work in progress. 

“> 02 notices issued to contractor vide dated 
[02.06.2021 & 12.07.2021 stating that the remainin; 
work has to he completed with in 25.07.2021 
other: action will be initiated as per contractua, 
norms. 

Due to COVID'19 and other allied works at 
[Amanikére delayed the progress . 


Redevelopment of Bus Shelters at different locations in 
Tumakuru 


0.29 


0.23 


24.01.2020 


24.06.2020 


24.06.2021 


Work order issued on 24.01.2020 
Work is delayed due to: 

The existing bus shelter contractor (PPP) rised 
objection to proceed the work. Hence, work 15 short 
closed. 


16 


Construction of Toilet block at Govt. PU College Premises 


0.69, 


0.57 


04.06.2020 


31.07.2021 


30.08.2021 


Work order issued on 04.06.2020 
Delayed duc to COVID'19 work was stopped. 
Work in progress 


17 


Development of Sports Arena at PU College 


4.32 


28.05.2020 


28.02.2021 


30.09.2021 


[Work order issucd on 28.05.2020 
Footing work for pavilion and gallery completed, 
column raise in progress, kabbaddi, kho kho court 
forniation work. Retaining wall work is in progress. 
Delayed due to COVIN'19. Work in progress now 


[Amanikere Urhan Hath 


1.73 


1.57 


01.06 2020 


25.10.2020 


30.08.2021 


Work order issued on 01.06.2020 
Fabrication of Shops and Platform work complete 
Shops shifting work is in progress.” 


Construction of Building for ICMCC 


Work order issued on 06.05.2020 
Physical Progress : 20% 
1st floor roof slab completed 


13 ಸಿತಿ L136 06.05.2020 | 05.05.2021 | 22092021 (2.4 poor Column shuttering and reinforcement 
Sk workin progress 
§ _ -- stilt floor block work is in progress 
PE a Work Order issued on 07.66.2020 
20 ಬ yelp Rs J Fs ತ px O-Way. ding signage 0.74 0.53 07.08.2020 04.11.2020 31.08.2021 {Foundation work in progress. 
ude Herp Sgnnge Boards TORT; Fabrication of frarme work Is completed. 
Work order issued on 05.08.2020 
-- Out of 11 locations. 8 tocations { identified & 
Construction of Anganawaili centers in Fumakuru City given from women & cl 
1 . y ; 08.202 02202 30.08.2021 . 

21 Corporation limits, Tumakuru. (Phase - 1) 214 ಸಃ SABA. | RIND Finishing stage. Remainig 3 locations are not 
available. Hence, with the 8 locations work will be 
completed. 

TEE TENT r ; ಸ vor ್ಸ ಸಾ 

22 [frastuctare correction in the existing hghting system in ಸ ನಾ 020 | 020120 | 30092021 (Ok Order issued on 03092020 

Tumakuru Work in progress. 
f py TN [Work Order issued on 10.09.2020 

23 Spry ಗ of Lake’Amenities along with allled woris..|, (1: gg 0.860 10.09.2026 | 14062021 | 30082021 [Procurement of Benches and childern equp & Other 

atsimanikere: Tumakury [Aminities for installation is under progress. 
F Lok issued on 03.11.2020 

24 [Development of SS Circle (Ward No.19), Tumakuru. 0.752 0.596 ಹ ಎ 

Land issue, 

Work order issued on 01.12.2020 

[Work in progress 

[The work order costis Rs. 0.594 Cr. However as pel 
procurement and Installation of Furniture for PU College A (GMIS, initial days of portal it was insisting that the 

25 [Including Additional Classroom, Tumakuru 40 190 04022021 | 03042021 | 31082021 J ork order cost should be equal to SCM Funding 
patsern. Therefore, the work order costis matched 
wath SCM Funding Pattern, Hence, Rs.1.00 Cris 
reflected in GMIS & MIS now. 

Package - 7 Selection of System Integrator for Installation , ಸ 
Work ord don 04.12.2020 
26 [commissioning and operation of Smart Infrastructure atselected| 3.160 3.23 04.12.2020 | 05.05.2021 31082081: Workorderissued on 0414 
ss h Work in progress 
parks in Tumakuru - IT components 

7 [Providing installation & Commissioning of Garden ighi poles FE ಸ 322000 | 31032021 | 3102021 | orkorde issued on 13122020 

along the bund of Amanikere, Tumaknru I Workin progress 

26 [Filling of Hemavathi water from Gangasandra cank to Maralur ಸ ನ 2122000 | 221202 | 22112021 Workorder issued on 23122020 

tank Farth work for housig chamber in progress. 

29 [Development of Model Angunavadi Cenires ar Dibbur & Other en ER 30220 | 22062021 | 30002021 (Morkorder issued on 23.02.2021 

Jocavons in Tumakuru - Phase Il Super structure work is in progress 
Work order issued on 12.012021 
30 Junction umprovement to DC Office Circle in Tumakuru | 179 145 25.01.2021 24.05.2021 30.09.2021 |ororder lssued on 
Workcis im progress. 
pr ವ RS F Work order Issued on 09.02.2021 
gE RMEnEQ SHC VendINE ZONES aL RorMENopy Foagngat’ |! 3g 0.64 09022021 | 08.08.2021 31082021 |--Desilting werk completed 
5s circle, Tumakur - Phase Il 
Farth work for cable work completed 
H Work order issued un 09.02.2021 

32 [Construction of Vending Lones at Mariyamma Nagar, Tumakuru | 2590 205 09.02.2021 08.08.2021 31.08.2021 [E#rth work completed for foundation ಸ 
Footing, Reinforcement and Shuttering work is in 
PrO8Te5S. 

Work order issued on 09.02.2021 
Earth work excavation for boundary SSM is 
Construction of Vending Zones at Jaya Nagar Bus stop, completed. 

33 [sh etrihalt, Tumakuru 010 ೪805 09022021 } 08.08.2021 | 30082021 [cy Filing work completed 
Grill work completed. Fabrication work is in 
ಧrಂಕಿರ55 - 

ವ ಸಾ ee Work order issued on 09.02.2021 
34 [Construction of Vending Zones at Dhobi Ghat, Ashoknagar. 2700 087 09.02.2021 | 8.082021 | 31082021 [Compound wall block work completed. 
Tuinakur pS 
\ssM for platform work isin progress. 
35 [Construction of Bus Shelters at 15 locaions in Tumakuru 2.150 1469 98.03.2021 | 17.08.2021 07.9.2021 |WorKorder issued on 02.03.2021 
Earth work is in progress 
| 36 | 27 0.659 94.09.2021 91.09.2021 Work Order Issued on 05,05.2 
Cleaning and demacration work is In progress 
47 Storm Water Drains - Construction of Diversion Drain for ಮ p 94062021 | 18102021 | 14102021 |Workorder issued on 04.06.2021 
Sewage/Sullage water entering at northern Side of Amanikere. Drain Concrete work is in progress 
Sotid Waste Management - Work order issued on 04.06.2021 
38 construction of Landolt ajjagoudeianali Surbing Site ತಸ 3490. 04.06.2021: | 1410-2021; | 14102022 Jr ciation works in niogress. 
B 2 SubTotal -8 | 601.75 |. 50988 ER j ಸ 
Ill. Tendering Stage 
cP Cost “|Last Date'orBid| No. oftender ವ Pidsent Status... 
ಸ Subinisstd calls SE als 
Solid Waste Management y MN RBRSAE . 
1 [Remediation of open dump and cycling of space at 240 3.16 23.08.2021 | 06.09.2021 2nd can | ¢tendercd on 23.08.2021 Lostdntc of bid 
3 pt submission is 06.09.2021 
ajjadongadanahall dumping site -Bio Mining 
Peojget is dropped at Tender Stage. HPSC in its 20th 
ಸ y Meeting held on 29.11.2019, approved to drop the 

2: smartEnegy Meeteriig 51 1751 ವ project. Therefore, MoHUA has been requested to 

move project to Archieve Section. 
Projectis dropped at Tender stage. HPSC in its 
, 22nd Meeting held on 19.02.2020, it was approved 
3 Development of Water Baller 10.09. 939 to drop the project. Therefore, MoHUA has been 
requested to move project to Archieve Section. 
yb Tora ್ಥ ssi | 3066 ಸ 
1V. DPR/FR Stage 

| ಇ pe n 
Name gf the work scp cost | wocost | PPRapproval | Tentative Date ‘ Present Status 
ಪ ಸ ‘ po Bes date. of Tendering Ri _ 

NIL 
000 600] 000 N 
dessa 5 | ಸ 


PUBLIC-PRIVATE PARTNERSHIP (PPP) Project 


1. Completed Projects 


54,70 105.58 


ಕ್ತ 
Kk Date of 
Name ofthe work isd Completion as mde a of Present Status 
per contract | pletion py . 
Nii 
Sub Total-A ಪು 3 | ER 
il. Ongoing Saige 
Dateof 
sl Name of the work SCP Cost | Work | WorkOrder | Cog pyeonas | Pretsblcdato] | ppesentStaus 
No. Order date per contract of Completion 
| Ss 
» PPP project taken up by GAIL. 
| Scope of Work includes 1800 inch dio. of pipeline t 
be laid by the completion date & it also includes 
1 [Piped Natural Gas Supply 90.00 | 10000 | 16012015 | 15012021 K 32000 Domestic PNG connections at Tumkur. Out 
of 32000 domestic PNG connections 21000 PNG 
connections are given. 
Work In Progress. 
[Replacement of conventional lights to LED lights ir 
2 |surcet-lighting control system 40.00 7475 | 06.01.2020 | 05.06.2020 | 31.10.2021 |29 wards completed out of 35 wards. Replacement 
of conventional lights to LE lights is in progress. 
Stage 1-15 building identified. Project cost Rs. 6Si 
crores. 
3 [Roof Top Solar Panels - Govt. Buildings & Industries 54.00 823 27.01.2021 | 26.01.2023 | 26012023 [Workorder issued on 27.01.2021 
| Survey work completed and installation work in 
progress, 
4 [Muli utility Mat with Multi level car parking 2200 6000 } 31032021 W ® Loa Issued on 31.03.2021 
Sub Toni 20800 3358 
ut, Tendering Stage 
& “nat |Last Dateof Bld ಸ” 
ಸಂ. Name of the work Tender Date Sibmisslon p Present Status 
j ಫಿ £ 
lRetendered with provision of Rs. 2.23 (Inclusive of GST) as financial 
assistance (YGF) on 05.07.2021 and last date to submit bids was 
1 iPublic Bicycle Sharing 200 258 05.07.2021 | 05.08.2021 [05.08.2021 
3 bids received. 
id under evaluation 
FORE [Tendered on 22.06.2021 and last date for submission of bids is 
1 § | 02.08.2021 
3 [Development of Smart Bus Shelter 370 5.00 20.01.2021 | 17.02.2021 
1bld received. 
id under evaluation 
ನ Ke Mendcred on 15.03.2021 and Inst date 10 submit Bids 30062087. 
4 Mp lemenaon Senet oh lots Solar panes 49.00 98.00 18022021 | 05.04.2021 |Lastdate extended tw 07.07.2021 
ugudanhalli water tank/reservoic wm Tumakuru [Tender opned on 08.07.2021 


RESIST SE OPN 
Tata PPP (A3B+C+D) 


Sub Total -C 
IV. DPR/FR Stage 
Sl. SCP Cost DPR Approval | FRApproval 
ಸಂ. Name of the work | DPR Cost Date Date Present Status 
WN; 


NT Sit City LEAR 


SCM Projets = 


ಸಾರ್‌ 


1. Completed Projects 


IKAR-BEN-067 
LED Lighting for Vidhan Soudha, Vikas Southa, MS Building and 
[VV Towers 


190 


27.05.2020 


26.08.2020 


26.08.2020 


Work Completed 


[KAR-BEN-076 
COVIEN-19 relate Infrastructure works by Health and Family 
[welfare Department 


186 


23.10.2020 


23.11 2020 


2311.2020 


Work Campleted 


, [Medical Education 


RAR-BEN-077 
Provision of High Flow Nasal Cannula {HFNC) by Directorate of 


KAR-BEN-078 
Provision of Medical Equipment to Rajiv Gandhi Chest Diseases 


27.10.2020 


11.11.2020 


11.11.2020 


Work Completed 


0.80 


18.11.2020 


01.03.2021 


01.03.2021 


Work Completed 


[KAR-BEN-071 
Digital Health Infrastructure for BBMP and Bengaluru Urhan 
District 


22.01.2021 


13.08.2021 


13.08.2021 


Work Completed 


-Nathe ofthe worl 
ಎಕ ಸೌತ್‌ 


1. Commercial Street-From Kamra| Road to Jumma Masjid 


Roads Phase B Package 4 


KAR-BEN-046 Road (Near Bowring Hospital) - Work is in Progress. 

1 [Revitalization of historic heart of the city - Smart Tender SURE 3531 35,93 01.03.2019 31.05.2020 27.07.2021 2. Kamara) Road from M G Road upto Commercial Street 
[Roads Phase A Package 1 and upto St. Johns Church Road. - Work is in Progress. 
raver Epi 

2 [Revitalization of historic heart ofthe city - Smart Tender SURE 29.27 2927 27.02.2019 26.02.2020 30.06.2021 p A 

2: Dickenson Road from M G Road to Kamraj Road - 
[Roads Phase A Package 2 A 
ky Wworkis in Progress 
1. infantry Road from Ali Askar Road to Safina Plaza 
complex (Main Guard Cross Road) - Work is in Progress 
KAR-BEN-048 2. Central Street from M G Road to Shivajinagar Bus Stand 
3 Revitatization of historic heart ofthe city - Smart Tender SURE| 49.23 53.26 27622019 26.05.2020 31.07.2021 |(TTMCYand upto indian Express {Balekundri) Junction - 
[Roads Phase A Package 3 Work Lo he started 
[3. Bowring Hospital Road from Main Guard Cross Road to 
51S Gosha Hospital -Work is in Progress. 
} 
bias 1. Millers Road from Chalukya Circle to Cantonment via 
4 X P queens Road - Work is in Progress 
4 [Revitalization of historic heart of the city - Smart Tender SURE 37,04 39.98 05.03.2019 04,06,2020 24.07.2021 
2. Raj Bhavan Road from Minsk Square to Basaveshwara 
Roads Phase A Package 4 : 4 
iCircle - Work is in Progress. 
{1. McGrath Road from Bngade Road upto Richmond 
Road - Work Completed 
2. Convent Koad frorn Richmond Road to Residency 
Road - Work Completed / 
3. Hayes Road from Richmond Road to Residency Road - 
Work Completed 
KAR-BEN-050 
5 [Revitalization of historic heart of the city - Smart Tender SURE 29.01 29.78 01.03.2019 29.02.2020 30.04.2021 Cos fig MiuselimRoad to Richmond Road. 
Roads hase A ackine.S 5. Castle Street from Museum Road to Richmond Koad - 
Work Completed 
6. Tate Lanc - From Richmond road 10 castle street - 
Work Completed 
6 [KARBENOST 41.38 3575 01582039 31.05.2020 31072020 | Kosta Road from Siddalingaiah Circle to Minsk 
1. Haj Ram Mohan Roy Road from Richmond Circle to 
ABER ie \Hudson Greie Work Completed 7 
|? gauon of historic heart of the city “Smart Tender SURE 36.80 39.97 91232019 1 31072021 | Tavcilc Road from M.G.Road to Richmond Circle - 
[Roads Phase A Package 7 Work Completed. 
3. Brigade Road from M.6.f0ad to War Memorial 
unction - Work Completed. 
1 Stlohn's Koad - fom Kensingron Ronde Selohnrs 
AMCBEN EES s 1 Church Road - Work isin Progress. 
8 [Revitalization of historic heart of the city - Smart Tender SURE 40.22 44.29 22.07.2019 21.10.2020 31102021 |Z Stfohn'sChurch Road (New Bamboo Bazar Road to 
loads Phase B Package 1 Prorienade Road) 
Work isin Progress 
1 
1. Miles Road Extension (fram Miller's Road 
Underpass to Haines Cirle) - Work is in Progress 
KAR-BEN-054 2 Cantonment Rosd [from Millers Road to Queens 

4 [Revitalization of historic heart of the city - Smart Tender SURE 467 43,42 07.082019 06.11.2020 09.09.2021  [Road)- Work is in Progress 

Roads Phas B Package 2 3. HKP Road (from Qucens Road to Russel Market} 
- Work is in Progress 
Ns Jina Hasld oad- fo Bowsieg cabal Road eo 

10 [Revitalization of historic heart ofthe city - Smart Tender SURE 16.22 16.94 20.07.2019 19.10.2020 23112020 | Marat Wp Progress py 

Roads Phass R Pochago . ChandniChowk Road - from HKP Road to Shivaji Road - 
works in Progress 
1. Sethu Rao Road (from Mysore Road Junction to G. P 
Road) - Work to he Started (Laying of 900mm dia NP3 
Pipelineis in Progress by BWSSB) 

KAREN SEE 2. Sethu Rao Cross Road {irom lyengar Road to Sethu Rao 

11 [Revitalization of historic heart ofthe city - Smart Tender SURE 28.10 29.37 07.08.2019 06.11.2019 41. indok. Bos Worsd be Sagted (EyTig oP UD TG NES 


Pipelincis m Progress by BWSSB.) 

3. NR Road (from SP Road Junction to Cutchery Rvad - 
[Work to be Started. 

4. JP Road (from KR Market Circle to NR Road Junction) 
- Work to be Started. 


Kj 1. Race Course Road (irom Palace Road to Hare Krishna 


Road) - Work is in progress - 

2. Rajbhavan Road (from Millers Rdad Intersection to Alf 
Asker Road Intersection}- Workis In pre-ress 

3. Palace Road (from Millers Road inte’ ont 


Basaveshwara Circle) - Workis in Progres 


KARBEN-057 
12 [Revitalization of hlstoric heart of the city - Smart Tender SURE 4680 4892 22.07.2019 21.10.2020 21.07.2021 
Roads Phase B Package 5 


(KAR-BEN-058 1. Avenue Road «fram Mysore Bank Circle to SIF Read 
13 [Revitalization of historic heart ofthe city - Smart Tender SURE 25.26 2730 19.08.2019 18.11.2020 31.10.2021 |Wokis in Progress p 
Roads Phase B Package 6 2. Rhenius Street - from General KS Thimmaya Road io 
Langford Road - Work isin Progress 
KAR-BEN-023 
\ pe p Noe 
14 | ntcgrated mobility towards creating vibrant destination 382 382 23.03.2020 22.09.2020 28.06.2021 |Workis in Progress 


Shivajinagar Bus Terrainal Redevelopment (Terminus + Parking 


Structure + Subway) 
[KAR-BEN-025 

15 [Protection and Redevelopment ofa Botanically Varied Parkland 16.73 2273 21.03.2020 22.01.2021 03.12.2024 |Workisin Progress 
- Cubbon Park Phase A 


IKAR-BEN-065 [work isin Pr 

16 |Protection and Redevelopment ofa Botanically Varied Parkland 20.00 20.88 20.07.2020 19.04.2021 31.12.2021 ork's in rogress 
- Cubbon Park - Phase B 
KAR-BEN-063 Kee 

17 {Setting up Auditorium block & Geotogica! Rock Gareden at 32.50 3465 23.11.2020 22.05.2022 22.05.2022 oi 3 Progress 
(Jawaharlal Nehru Planetarium 
KAR-BEN-062 Work is in Pi 

18 [Integrated Mobility Hub and Junction Improvement at KR 20.00 21.30 14.12.2020 13.9.2021 13.9.2021 ork SIR Frogress 
Market 
IKAR-BEN-073 Work is in P 

19 {Civil Works at Bengaluru Medical College and Research 11.90 11.72 20.1.2021 19.05.2021 19.08.2021 ‘orks in. Frogress 

_ltnstitute 3 2 1 
KAR-BEN-074 . Work is in Pi 

20 [Provision of Medica! Equipments to Kidwal Memorial Institute 6.85 685 22-12-2020 30.03.2021 31.07.2021 OFS Progress 
of Oncology " 

21 |KAR-BEN-069 pe 200 20.11.2020 19.01.2021 19.01.2021 |WorkCompleted 
Project Rashmi Women's Space at Workplace f o 28.06.2021 11.08.2021 1.08.2021 fWorkisin Progress 
IKAR-BEN-080 RAN § 

22 [Completion of Mini Auditorium, Additional work and interior 656 498 0302-2021 02.08.2021 30.09.2021  |*o"Kisin Progress (Nirmathl Kendra) 
work for Department of Women and Child Welfare 
KAR-BEN-084 p ಸಸಿ 

23 ion of Medicat Equipments to BMCRI 9.24 924 29.01.2021 28.02.2021 30.06.2021 Work is in Progress 
KAR-BEN-072 
Provision of Medical Equipments to Instiwute of 4.90 466 28.02.2021 31.07.2021 Work Progress 
Gastnenterology Sciences and Organ Transplant 
KAR-BEN-079 

25 [Redevelopment of historic economic Centres - Mcat Markel, 16.80 18.89 30.01.2021 29.12.2021 29.12.2021 Workis in Progress 
[Adjacent 10 KR Market ] 

IKAR-BEN-024 

26: pedceclopmcn af stork SEG CARLES SER Mart 33.00 3883 03.02.2021 02.01.2022 02.01.2022  |Workisin Progress 
IKAR-BEN-083 _ ಸ 
Construction of Day Care Centre (Creche) at MS Building 0.50 0.53 02.02.2021 01.03.2021 30.06.2021 Work is in Progress 


KAR-BEN-081 
New Works for the Institutes of the Department of Women and 280 3.28 403.2021 04.09.2021 03.09.2021 Work is in Progress 
IChitd Welfare 


[KAR-BEN-066 
29 [Proposal for operation of electric buses feeder service to 50.00 50.00 05.02.2021 04.02.2022 04.02.2022 [Work is in Progress 


[Namma Metro hy BMTC - Fleet Procurement 
24.03.2021 23.11.2021 23.11.2021 [work Isin Progress 


30 KAR-EEN-041 ಗ 
ICCC + (Integrated Command and Control Center} - 


Sub Totd-B ~ M5 807.35 


i). Tendering Stage 


ನಾ [eee [ie Werke | Taetdatcofhid 7 - RECT 
s1Na.| 5 - pee Namcotthowotk 3. S$ p|[ SCPcostt|.Tendercost [KOS | lastdateotbld | po ofuendercalls Present Satis Wl TP 
RARTENOSS Technictbid Ooned on 27072021 and Bid Eralation 

2 J[pigital Class Rooms for BBMP Schools and Colleges 600 600 1307 2021 26072021 2 under progress 
KAR-BEN:090, echnical bid Opened on 29.07.2021 and Bld Evaluation is 

ng Smart Traffic Solutions to Bengaluru Traffic Police at 750 09.07.2021 2847-2021 1 
under progress 
1350 F ಕ 


DPR Stage { FR Stage 


i; 
aime ofthe Work. E 
ನ ರಾತಾ, 


NILL 


K AR 


Tenutive Dateof Present Suius 
Fu Tendering us <b See Fs 


SubTotal 0% 5 7 CESS 
TE ToaSCM (ABCD) D 2 pe 
RTT REC FRIVATE PARTNERSHIP FPF) SO - E I —— 


1. Completed Projects 


TD ್‌ ಮಾ p ವ್‌ ಧಾ ಧರಾ ದಾರ್‌ ೯ 
ea aes 4 [NE “| WorkOrder § Date of Completion Actua} date of ಸೋ 
Nome ofthe work SF Cost Wo.csst [ as per contract * |- Completion 
[T 
= SubTolal ANS. NN . 000 


RATES 


. ಜ್‌ ಭ್‌ ಸ್ಯ k ಮ ಚ್‌ ಚಿಪ ಘೂ ಗ ಈ 

nd ಸ Worl Order | Date of Completion | Prabable dateof ಸ ಸ 

SUN] Nemo ol be Worle wo cost date as por comtract “| “ Completion | 4 SS ೫ 
» ke se py A 


Implementation of Energy Efficiency Measure in Public Lighting 
system in Bengaluru under shared saving frame work. 


Sub Total -§ 3 800.00 


23.02.2019 23.02.2021 16.06.2023 Workis in Progress 


Ill Tendering Suge 
arate ofoid 
Name of the work DPR Cost Tendered Date submission Present Status 
Fr 
Sub Total -C ~~ oo I 
IW, DPR Stige / FR Stage 
S1.No. Name of the worl scpcost | pen cos | O"RAnprovol Present Status 
NILL 00 


Sub Total -D 0.00 0.00 


Total PPP (AsBsCa0) 30000 | 30005 


